PUBLIC WORKS, IRELAND. 



NINTH ANNUAL REPORT 

FROM 




THE BOARD OF PUBLIC WORKS IN IRELAND. 



Ordered, ly The House of Commons, to he Frinted, 23 April 1841. 



TO THE LORDS COMMISSIONERS OF HER MAJESTY’S TREASURY. 

. MAY IT PLEASE YOUR LORDSHIPS, 

W E Lave the honour to forward our Ninth Report on the several Services 
under tliis Board. 

L — Loans and Grants for Public Works. 

II, — The Collection of Repayments on old Loans. 

III. — Inland Navigation. 

IV. — Fisheries. 

V. — Roads and Bridges. 

VI. — The Public Buildings in Dublin, and the Phoenix Park. 

VII. — 'Dunmore Harbour. • ' 

VIII. — King-stown Harbour. 

IX. — Howth Harbour. 

X. — Doiiaghadec Harbour. 

XL — Lunatic Asylums, 



I.— LOANS AND GRANTS FOR PUBLIC WORKS. 

The state of all Loans and Grants made by us will be found in the Appendix. 



Loans. 



The suras which have been applicable to Loans are : — 

1st. Originally appropriated by the Act 1 k 2 Will. 4, 

c. 33 

2d. Exchequer Bills, paid off by Monies received in 
repayment of Principal up to 31 December 
1840, the amount of whicli is re-issuable un- 
der the 60th section of the 1 fie 2 Will. 4, 

c. 3.3 

3d. Additional sum appropriated by the Act of 6 Sc 
7 Will. 4, c. 108, but not .considered by the 
Lords of the Treasury to be xe-issuable 
4th. A moiety of the sum of 60,000/. applicable to 
Public Works, under the 14th section of the 
1 & 2 Viet. c. 88 



£. 

500,000 



222,000 



100,000 



25,000 



d. 
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Loans -wliicli have been sanctioned up to 31st Deceinbcr 1840 £. 

and followed up - - - 807,711 

Issued in Exchequer Bills up to 5th Januaiy 1841, on account £. 

of the above loans - - - - “ ■ 700,350 

Exchequer bills of the above issue, which have been paid oft 

to 6th January 1841, inclusive 510,250 

Excheouer Bills on same account, outstanding 5th January 

£. 190,100 

Deducting from the aggregate amount of funds available for £. 

Loans- - - - 847,000 

The amount of Loans tliat liave been finally sanctioned and 

followed up 807,711 

The Difference - - £. 39,288 

Is the amount that is now available. 



In most cases the repayments, both of priiici]-):i.l and interest, are made with 
regularity. In some instances, however, of default, wliere the meaiis assigned 
for security consisted of local tolls and dues levied under the authority of Acts 
of Parliament, we have felt it to be our duty to avail ourselves of the power 
given to us by the 47th section of the Public AVorks Act, and have appointed 
receivers to collect those revenues on our behalf. 



Grants. 

The sums applicable to Grants are : — 

1st. The Fund originally appropriated by the Act 1 st k 2d £. .v. d. 

Will 4, c. 33 - - - 50,000 - - 

2d. A further Sum provided by the Act 1st Viet. c. 21 - .50,000 - - 

3d. A Moiety of the sum of 50,000/. pi‘ovided by Act 
1 st & 2d Viet. c. 88 - - “ - ' - - 25,000 - - 

£. 125,000 - - 

Of this amount it will be seen from the accompanying Statement, that 
109,234/. 8s. 9c?. has been appropi’iated up to the 31st December 1840. 

We have the satisfaction to know, that the works which have been carried 
into execution by the aid of these funds, have been attende<l with the best i-esults, 
and particularly where they have been assisted by the exertions and outlay of 
proprietors of the soil. The improvements in the mountainous districts where 
new road communications have been opened, continue to bo progressive, and of 
the most satisfactory character. 

In illustration of the good consequences which result from the application of 
the aid of free grants towards the construction of Roads through unimproved 
districts, we may refer to the case of the new road from Listowol to Lisedton, in 
the county of Kerry, recently completed ; one moiety of the expense having* 
been supplied by the private contribution of Mr. Pierce Mahony, the other from 
the Grant Fund. 

Previous to the construction of this Road, the access to the sea was only by 
communications circuitous, hilly,, and out of repair; but since this level line has 
been opened, the sea manures have been drawn inland a distance of 16 miles, 
and a district lying eastwaxd of the Town of Listowel, comprising at least 35 
square miles, is now abundantly supplied with that description of manure which 
is well adapted to improve the cultivation of tlie lands in that district ; the 
benefits, however, resulting from this traffic are not merely local, but extend for 
several miles into the. County of Limerick. 
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IL— THE COLLECTION OF REPAYMENTS OF OLD LOANS FROM THE CON- 
SOLIDATED FUND, UNDER THE ACT OF 57 GEO. III. AND OTHERS. 

Tiir state of these Loans -will be found in the Appendi.v No. 1 ; several have 
been paid off, and the balances remaining upon others are very small ; some, 
however, and those tlic largest iu amount, have a heavy arrear of interest, which 
it is not likely that the mortgaged security will at any time be sufficient to 
glear off. 



III.— INLAND NAVIGATION. 

The Works have been limited to simple maintenance on 

The Tyrone Navigation, witli the Maghcry Cut, from the River Blackwater 
into Lough Neagh. 

The Maig Navigation, a short Cut with a tuniiug Bridge, between the Town 
of Adare and the River Shannon, 

And the Lower Boyne Navigation from Carrickdexter Lock, above the Town 
of Slanc, to the Bridge of Drogheda; the Old River walls along the Estuary 
between Old Bridge Lock and Drogheda, being of ordinary construction, have 
been frequently injured by the effect of floods ; the repair, however, has not been 
attended with a heavy expense. 



IV.— FISHERIES. 

Conflicts have taken place in one or two situations where different modes of 
prosecuting the Fishery have thwarted the interest or aroused the passions and 
prejudices of persons who have considered themselves injured thereby. It is 
expected, that tlie Bill iu preparation to be laid before Parliament, will place 
this branch of national industry under such regulation and control, as will prevent 
tlie recurrence of such events. 



V.— ROADS AND BRIDGES. 

The Works here referred to were originally constructed, either wholly or in 
part, at the Government expense, and arc maintained under the provisions of 
the 6 Geo. 4, c. 101, by monies advanced from the Consolidated Fund ; the 
amount expended in the several counties being repaid into the Excliequer by 
imperative giand jury presentment. 

The provisions of the 16 th section of the Grand Jury Act (6th & 7th Will. 4, 
c. 116), have been very frequently and usefully applied in the last year to the 
repair of Post-roads, on occasions when, from the state of those Roads, the 
carriages conveying Her Majesty’s Mails were prevented from keeping time. 



VI.— PUBLIC BUILDINGS IN DUBLIN AND IN THE PHCENIX PARK. 

Dublin Castle. — To the Lord Lieutenant’s apartments and those of the House- 
hold, only the ordinaiy repairs and painting have been required to keep fliis 
lai’ge establishment in a habitable state; the Chaplain’s and Chamberlain’s 
apartments have undergone a thorougli reform, and some necessary additions 
have been made thereto. Certain additions to the Chief Secretary’s Office are 
in progress, and will afford very important accommodation to that establish- 
ment. 

Pheenix Park. — ^The Vice-regal and two Secretaries’ Lodges • have undergone 
the ordinary repaii*s, and some reforms have been made in the Gardens. 

252 . A 2 
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Pour Ccurts.-A large Buildmg, on which about 12,000 1. was expended 
du*g the last year, has been added to the Four Courts for various important 
Ob iectf clnected with the legal departments. Cisterns, and a powei'M Pump 
hSeerr erected on these premises, to afford ready assistance m case of fires. 



VII.— DUNMORE HARBOUR. 



The Works for securing the Breakwater have been finished ; all operations 
have therefore been discontinued, and the establishment broken up. 



VIII. — KINGSTOWN HARBOUR. 

In the Appendix will be found a Return of the number and tonnage of 
vessels which have resorted to this Harbour in each of the last tliiee yeais, 
which affords the strongest evidence of the importance of this place of lefugo, 
although it will be perceived that there is a small falling off in the amount, as 

compared with the two preceding years. „r ,I„. 

The principal Works which have been carried on in the couist of the last 
yei are, the construction of the Eastern Pier Head, the con inuation and 
Leno-thening of the rough Mole formed longitudinally along the toe of the 
Bremen!, and the shore-filling, which latter work is an operation to winch 
the rough rubble stone produced m working the quarries is applied at times, 
wlien the weather is too boisterous to allow of the labourers being employed at 

The" outer casing of the Eastern Pier Head by granite ashlar of large scant- 
liim, has been continued ; 31,573 cubic feet have been laid by the bell froni the 
bottom in 38 feet depth of water (low tide), including 10.5 feet running of foun- 
dation course, which latter is set with considerable difhculty, owing to the neces- 
sity of having frequently to remove the toe of the rubble slope. Alter the 
foimdation is laid the work proceeds rapidly. „ , . , , . c „ 

The rough Mole has been found importantly useful in breaking the force ot ■■ 
the sea, and protecting tlie pavement and parapet of the Pier from serious 

shore-filling is applied to the foul rocky ground immediately adjoining 
the coast line witliin the Harbour, so as to bring up to a regulated heiglit a 
substantial and consolidated mass, capable of being formed into Quays, W harts, 
or other necessary structures, as the extension of commerce and the business ot 
the Harbour may render necessary or expedient. 



IX.— HOWTH HARBOUR. 

This Harbour continues to be found useful to fishery boats, and as a place of 
shelter in gales, to vessels of moderate draught of water. 

The sea-pavement of the Piers suffered but little injury during the last year, 
and the repairs have in consequence been very limited in extent, and of small 
cost. 



X.— donaghadee harbour, 

A CONSIDERABLE portiou of the sea-pavement, which had been much injured 
by the storms of the preceding winter, has been repaired in the last year ; in this 
repair, materials of larger dimension than those used in the first construction 
have been applied, by wliich it is expected that the work, so far as the repairs 
have been carried, will be less liable than heretofore to injury from the action of 
the sea, which is very violent in this exposed situation. 

Some further repairs are necessary, for which provision has been made in the 
Estimate for the coming year. 
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XL— LUNATIC ASYLUMS. 

Increased accommodation having become necessary at the Clonmel District 
Lunatic Asylum, plans, sections, specifications, and estimates of the additional 
Buildings have been prepared under the direction of this Board, in pursuance of 
the orders of his Excellency the Lord Lieutenant in Council. 



The Appendix contains the Accounts of Receipt and Disbursement for the 
several branches of service under the management of this Department. 

We have the honour to be 
Your Lordships’ most obedient humble Servants, 



Office of Public Works, Dublin, 
10 April 1841. 



J. F. BURGOYNE. 
BROOK T. OTTLEY. 



Henry R. Payne, Secretary. 
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APPENDIX. 



RETURN of Vessels which have frequented Kiiigstowi Ilarlour, 
in the Years 1838, 1839, and 1840. 





1838. 


1 

1839. 


1840. 




Number. 


Tonnage. 


Number. 


Tonnage. 


Number. 


Tonnage. 


Vessels which have cleared out from an 
English, Irisli, Scotch or foreign p ort, 
and bound to an Irish port (not in- 
cluding Dublin), wind-bound or taking 
shelter 


254 


i 

19,4^I4 


397 


27,473 


350 


37,234 


Vessels which have cleared out from 
an English, Scotch, or foreign port, 
bound to England or Scotland, wind- 
bound, or taking shelter - - - 


159 


17,599 


194 


20,205 


124 


13,201 


Vessels trading to or from the port of 
Dublin, waiting for wind or tide 


1,351 


194,800 


1,263 


.186,551 


1,359 

1 


181,305 


Revenue crdzere, and men-of-war 


49 


- - 


74 


- - 


106 


- 


Vessels from Irish ports to English, 
Scotch, or foreign ports, taking sliel- 
ter, or wind-bound - - - - 


229 


15,659 


179 


16,687 


i 

181 


14,400 


Vessels from English and Scotch to 
foreign ports, taking shelter, or wind- 
bound 


42 • 


6,366 


63 


9,123 


5. 


10,437 


Vessels to Kingstown, or the old har- 
bour of.Dunleaiy - 


118 


15,296 


166 


22,495 


112 


13,524 


Vessels from foreign ports, waiting for 
destination 


- - 


- - 


■ - 


- - 


38 


4,041 


Totals - - - 


2,202 


269,214 


2,336 


282,534 


2,321 


264,142 



(signed) Wm. Hutchinson, 

Harbour Master. 
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Appiications for Loans or Grants which may still be subject of Negociation. 



APPLICANT. 


OB.TECT. 


AMOUNT. 






£. s. d. 


Corporation of the city 
of Limerick. 


- - For retaining Walls and Stone Steps at Tho- 
mond Bridge. 


loan - 1,135 - - 


Nicholas Weslby, esq. - 


- - In aid of Road from the village of Kilbaha to 
; Loop Head, county of Clare - - - - 


r estimate 700 - - 
L grant of a portion. 


Grand Jury, county of 
the city of Cork. 


- « For widening and improving the Lower Glan- 
1 mure Road, part of the Mail-coach Road. 


loan - 6,628 - - 


Commissioners of Wide 
Streets, city ofDublin. 


- - For widening and improving part of Grafton- 
street and Nassnu-street. 


loan - 


Grand Jury, county of 
Clare. 


- - Rond from Kilfenora to the Government 
Road, near Balagh Lake - _ - - 


r estimate 880 - - 
^ loan and grant. 


Grand Jury, county of . 
Galway. j 


- - Road from Greatman’s Bay to Galway, be- 
tween Doolin Harbour and Costello Bay. 


loan - 500 - - 



Applications for Loans or Grants, rqectad or postponed. 



APPLICANT. 


OBJECT. ! 


AMOUNT. 


Corporation of the city of 
Limerick. 


- - For Toll Collector’s House at Thoinond 
Bridge 


£. d. 

loan - • 


Rev. H. Cottingham 


For building a Glebe-house - - - - 


f loan 300 Z. to 400/. 
L fund not applicable. 


Grand Jury, county of 
Cavan. 


- - For a Road from Cavan to Granard, part of 
Circuit Rond. 


loan - 1,335 12 - 


Rev. H. H. Harte - 


- - To complete the building of a Church in tlie 
Rectory of Cappogh, diocese of Derry. 


loan - 350 - - 


f 


- - Part of new Road from Mitchelstown to the 
Bogs of the Gaultic Mountains . . - 


f estimate i ,799 to - 
\ moiety grant. 


The Earl of Kingstown | 


- - In aid of Road from the Gaultic and Scaha- 
narnky Bogs to the Mail-coach Road near the 
Cross of Kilbeghny ----- 


1 estimate 1,448 10 - - 
I moiety grant. 
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No. a. — L oans under i Sc 2 Will. 4, c. 33, 





Dr. 


£. s. d. 


1840, Jan. 1. 




2.539 3 C 




Eeceived, as per following Stuiement; viz. 






Principal £.75,030 12 0 ■ 






1 Interest 17,094 5 U 








02,124 18 3 


£. 


94,(iG4 2 2 



OlFicc of Public Works,! 
Dublin, April 1841. / 



A STATEMENT of the several Loans made by lire CowsiissiowEns or Pontic Wonx?, pursuant to the Provi.sions of the Act 1 & 2 Will. .1, 

and the Interest accrued witliiii lire Year ; the Ropaynicnts on Account, 



.3 


NAME OF PAETY. 


PURPOSE OF LOAN. 


Original 


BALANCES 
Outstanding 00 31 Doc. 1839. 


Amount 
of ExclieriHcr 


Interest 
accrued i 






Sanctioned. 


Principal. 




Interest 




in the Year. 


the Y’ear. 








£. s. d. 


£. s. 


J. 


£. 


s. 


d. 


£. s. d. 


£. 




1. 


1 


Leitrim county - 


road, Drumsna to Bundoran 


2,511 17 r, 


G09 12 


0 


12 




1 




25 


10 


11 


2 


Kilkenny county • 


Kilkenny to Freshford 


C23 - - 


1C 1 


a 


- 




10 




- 




2 


3 


Commissioners for 


- - completing works, Ardginss 
harbour. 


C,CG0 - - 


0,0.50 - 


- 


1,950 








200 




- 


4 


Rt. Hon. hr. Fitzgerald 


to work slate quarries at Valentin 


7,000 - - 






















LicnerickNavigation Com- 
pany. 


to improve works ... 


8,910 - - 


8,150 - 




.547 


10 


3 




320 




“ 


e 


Limerick city 


road leadins to Ennis 


20.5 - - 














- 






7 


Ditto . - - 


- ditto - to Waterford - 


SCO - - 




















8 


James O’Gorman 


• • drainage of farms, coun^ Tip- 


200 - - 


200 - 


- 


22 


19 


0 




10 


- 


- 


9 


Richard Johnston 


machinery, Cronebane mines 


1,000 - - 


- 
















- 


lu 


W ickiow Copper-mines 


- - company’s maciiinery, Dally- 


1,000 - - 










- 










U 


Tipperary county 


road, Clogheen to Cippoquin 


1,278 11 10 


4 4 


5 


- 




8 


. . - 


- 




7 


12 


Wateiford county 


ditto for same purpose 


1,895 12 7 




- 
















13 


Carlow county • 


court-house at Carlow 


5,000 - - 












- 








14 


Galway county - 


continuing Claddagh quay walls - 


300 - - 


144 - 




1.5 




3 


- 


7 




- 


15 


Commissioners for 


- - completing Wellesley-biidge 
and docks. 


25,000 - - 


22, .500 - 


- 


099 


- 


8 




902 




3 


16 


Roscommon county 


• • road, Stiokestown to Lung- 


7,111 S 11 


1,74G 15 




34 


12 


11 


' 


59 


12 


“ 


17 


John Salmon 


working slate quanies at Killaloe 


500 - - 




















18 


Commissioners for 


completins Athlunkard-bridzc 


9.S89 19 2 


9,850 - 




1,480 






. 


394 


- 


- 


20 


Ditto 


constructing docks at Galway 


17,000 - - 


13,088 13 




309 






- 


537 


4 




21 


Galway county • 


• - road, Castlerca to Ballinosloe 
by Ballyear. 


810 8 3 






* 














22 


Clare county 


- - mad, Knockbeha to county 
bounds. 


1,153 1 7 




















23 


Galway county - 


- - continuation of same to Der- 
rybrien. 


534 4 2 


' ■ 










* - 


' 






24 


Antrim county 


road, Larne to Ballycastle • 


11,303 4 - 


2,208 4 




3,5 


1 






03 






25 


Ditto 


bridge over Banc at Agivey 


1,250 - - 


- 


















2C 


Londonderry county 


• - ditto - - . . 


1,2.50 - - 


53.5 I 




18 


10 


10 


. 


23 


9 


- 


27 


Carrickfergus town 


road, .Antrim to Carrickfergus 


1,485 1 8 


645 1 




11 


11 






23 


9 




28 


Newry Navigarion Com- 
pany. 


for improving works ... 


13,000 - - 


9,002 12 




112 


4 




• ■ 


.327 


IS 


8 


29 


Earl of Besborough and 
others. 


• - drainage of lands, coun^ Kil- 
kcuny. 


2,000 - - 


039 10 


11 


31 


19 






31 


19 


9 


30 


Trustees of road - 


- • from Dublin to Blessogton, 
for improvements. 


3,300 - - 


2,802 10 


- 


3 


15 






91 


9 


11 


31 


Railway Company 


Dublin to Kingstown 


75,000 - - 


68,205 14 


8 




- 




. 


2,337 


15 




32 


Commissioners for 


• - the improvements of Droglieda 
harbour. 

- - road from Loughrea to Derry- 
road leading to Waterford • 


10,000 - - 


7,900 1 


- 


445 


7 


8 




310 




" 


33 


Galway county - 


720 - - 












- . . 








34 


Limerick city 


290 3 G 


0 3 


7 




2 


3 




_ 


6 




35 


Ditto 


road leading to Ennis 


117 C 8 














- 






3Q 


Limerick county * 


• • road leading (0 Abbeyfeale to 
Glinn. 


1,181 16 3 


199 ,10 


7 


- 


3 


4 


- - - 


8 


11 




37 


Clare county 


• - bridge over River Inagh at Lis- 
ennnor. 


2,222 14 - 


■ ' 


* 
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and other Acts, for one Year ended 31 December 1840. 



~ 


j 1 


Cr. 






1 18-10, Dec. :U. 


By PayincnlK into the Queen’s Excliequor ; vii. 


£. s. d. 






Account Loans ............ 


58,000 - - 






Bopayinent Account Loan of 10(*,000 1. lo the Jvcclesiastica! Commis-sioners 


» 0,000 - - 








G,0C-I 2 2 






£. 


2 2 



Jos, C. Walker, AccouDtaQU 



c. .1^, showing the original Ainoaut of Loan Ranclioned, the llaluncus of eai;U on tliu Isl of .Tanuary 1840, tlic Amount of Exchefiner Bills issued, 
and the Balances miLstanding on the Hist Ducomber 1840. 





llEPAYHENTS 






B ALAN C li S 
OulstaiidinK 31 Dec. 1840. 


Overpayments, 
or Repayments 


.3 


OBSERVATIONS. 


TOTALS. 






















llius inarkcd (*) have been repotted as 
comploled. 


Princip.al. 


Iiiteiest. 


Principal. 


Interest. 


to stand against 
further Is-sucs, 


'A 




£. s. 


d. 


£. 




c2. 


£. J, d. 


£. S. 


d. 


£. 1. d. 






707 G 10 


302 10 


11 


30 


lit 


6 


366 12 It 


10 


7 






* 


IG 11 2 


10 1 


2 


- 


10 


- 


. . 




- 




2 




8,800 9 0 












6,650 - - 


2,216 3 




• • 


3 




0,028 16 3 


- - 




547 


16 


" 


8,150 - - 


325 19 






c 


• 






















7 




282 10 fi 






- 






200 - - 


32 10 


6 




8 


* 






















9 


«> 


. 


- 












- 






10 


* 


4 12 8 


■1 1 




- 


8 












11 


* 






. 












. 




13 


• 


ICO 13 4 


. 










Ml - I 


22 13 






14 


• 


24,001 a n 






1,042 


16 




22,500 - - 


458 13 




- - 


15 


• 


1,841 - 2 


300 16 




45 


14 


11 


1,-136 18 0 


48 10 






16 


‘ 






















IT 


• 


11,730 1 6 
14,50.1 li) 11 


758 12 




300 

012 


2 




0,850 - - 
12,035 - 11 


1,580 1 
264 4 






18 

20 


Very nearly completed. 






















21 


















. . 






23 




2,306 11 - 


1,102 10 




81 


2 




1,105 13 11 


17 4 






21 


* 
















25 




577 1 3 


141 17 


10 


36 


0 




803 3 7 


10 


10 




26 


• 


580 1 10 


130 0 




26 


8 




414 11 10 






■ 






0,502 IS 0 


438 5 


10 


408 


10 




8,024 6 9 


3i 3 


9 


• ■ 


28 


* 


703 16 5 












C30 16 11 


63 19 




. . 


20 


- - The reports are satisfactory as to llie pro- 




















gressive improvement in reclamatioa and the 
quality of the crops raised. 


2,457 16 - 


176 - 


- 


95 


6 


- 


2,137 10 


- - 




* - - 


30 


• 


60,003 10 7 




5 


2,337 


15 


11 


56,121 3 3 






. 


31 


• 


8,661 S 8 










7,000 1 - 


761 7 
























- - 






33 


• 


j 6 12 - 












6 3 7 


- 8 




■ • : 


34 

35 




208 5 8 


145 14 


1 


7 


18 




53 16 6 


- 16 




, . - 


36 


• 








- 










• 


■ 
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IRELAND NINTH REPORT OF THE 




Kerry county 
Fermanagh county 
Clare county 



Tyrone county 
Cavan county 
Ldtrim county - 
Rev. Ji Ryan, r. r. 

Waterford city • 
Kilkenny county • 

Clare county 
Rev. C. Buckley, i-.p. - 
Fenoanagh county 
Trustees of road • 

Kilkenny county - 
Clare county 
Wexford county - 
Boyne Navigation Com- 
pany. 

Donegal county - • 

Cavan county 
Corporation of Limerick 

Trustees of road - 
Cavan county 
Wide-street Commis- 
sioners. 

Ecclesiastical Commis- 
sioners. 



- - road from Kenmaie to Glen- 
gariffe. 

road for same purpose 

road from Fivcmilctown to.Clones 

- - road from Lansdowne Rivet tc 
Sandytiver Bridge. 

- - road from Portumna to Mount- 
shannon. 

road from Omagh to Cookstown • 

- - road from Biilieborough to Vir- 

road from Ccniinaveena toDro- 
maliair. 

- - crtmpletion of Roman-catholic 
chapel at Bruree. 

«au to Tramore 

- - road from street of Johnstown 
to Bawn. 

road from Killaloe to Tomgrancy - 

- - completion of Romnn-catholic 
chapel at Bultevant. 

• - road from Derrygonnclly 
Manorharuilton. 

- • from Dublin to Mulliogar, for 
improvements. 

road from Kilkenny to Pillpivn • 
road from Cratloe to Moyliill 
road from New Ross to Ballyana 
for improvements ... 

road from Mallins to Guidore 
bridge at Bcllurbet . - - 

rebuilding Tliomond Bridge 

- - Dublin to Dunlcer, for improve- 
ments. 

road, Baiiieborough to Kells 
improvements of Barrack-street - 
for purposes of Act - - - 



C6 

67 

68 

6D 

70 



72 

7S 

75 

76 



Ditto - 



ditto - 



Commissioners for 
Mat. Barrington - 

Clare county 
Limerick Navigation 
Company. 

B'exfom county - 

Kildare county - 
Galway county - 
Limerick city 
Kerry cuunly 



completion of Lagan Bridge 

- - new building, in connexion with 
hospital. 

road from Tulla to Loughgraney - 
to improve works . - - 

- - road from Enniscorlhy to Wex- 
ford. 

bridge over the BarrO'v at Bert - 
road from Bunowen to Clifden • 
road, >fiicheistown to Kilftonane • 
road, Killamey to Sneera - 



Kilkenny county - 
Ditto 
Ditto 



- mad, Filtown to Kilmaganny 
. road, Inuistiogue to Waterford 

- road. New Ross to Waterford 



Commissionem 



- I Limerick Bridge, under 4 Will. 4 



Kerry county 
Ditto 
Ditto 



- road, Tralee to Dingle 
. road, Castleraaine to Dingle 
. road, Kenmare to Cahirciveen 



Antrim county 
Trustees of road - 
Rev. T. Barry, p, p. 



87 



Roscommon county 



road, Belfast lo Ballyclare - 
Bel^t and Crommelin 

- - completion of Roman-catliolic 
chapel at Bantry. 

• • voatl from Koscommun to Rich- 
mond Harbour. 

- - roodfromLanesboraugh to Ros- 
common. . 



SO 

90 

91 

92 

93 



Dublin county 
Wexford county • 
Ditto 
Ditto 

Limerick county • 



. - - road from Glencullen to Ennis- 
. -- road from New Ross to Arthurs- 

- - - road from New Ross to New- 

- - - rood from Enniscortliy to New 
Ross. 

• - - road fi'om Buttevant to Kil- 

finnaue. 



Orig 

Amount 


ml 


BALANCES 
Outstanding on 31 Dec. 1839. 


Amount 
of Exchequer 
Dills issued 
in the Year. 


Interest 
accrued in • 
the Year, 


Md. 


Principal. 


Interest. 


£. 




(]. 


£. 


s. J. 


£. ! 


d. 


£. s. ,1. 


5. d. 


: 2,737 16 




• ' 










■ ■ • 


5,865 


18 


_ 






- 








2,600 






437 


16 3 








20 11 11 


1,250 




- 


517 


3 11 


10 10 


7 


. 


23 - n 


2,178 




- 


- - 




■ - 


- 


■ - - 


- - - 


2,334 




_ 


700 


4 9 


10 13 


3 


. . . 


23 4 1 


1,936 




- 


301 


16 7 


5 15 


9 


- - - 


5 15 5 


1,943 




- 


706 


18 I 


12 10 


4 


- . . 


29 15 


150 




- 


- - 




- - 




- - - 




1,650 


_ 




. 












182 


- 


- 


24 


15 10 


- 0 




■ 


- 0 a 


2,850 


_ 




10 


3 6 


- 4 


3 




- 1 s 


600 






220 


8 7 


13 


4 


- - - 


8 13 1 


2,350 






028 


3 I 


10 1.5 


4 


- - - 


24 1.1 9 


3,000 






331 


4 - 


It) 


5 


- - - 


5 10 3 








.355 


4 5 


10 


4 


, 


13 18 3 


1,700 






527 


1 9 


11 3 


0 




18 17 - 


2,800 


_ 


- 


9(2 


14 5 


,22 - 


2 


- 


37 15 3 


1,750 


- 


- 


1,430 


- - 


41 13 


8 


- ■ - 


5.1 8 5 




_ 


_ 


30 


8 8 


- 10 


10 


- 


- 10 2 








033 


16 10 


12 3 


1 




2.5 - 7 


9,000 


- 


- 


0,811 


1 5 


.52 19 


10 


1,000 - - 


.287 18 11 


1,600 


- 


- 


1,035 


12 - 


11 


3 


- - - 


47 7 - 


aas 


15 




25 


13 11 


- 0 


JO 


. . . 


- 5 10 


20,000 


- 


- 


12,000 


- - 


lOS 18 


10 




428 14 1 


46,000 


- 


- 


40,000 


- - 


720 6 


8 


■ 


4.54 17 10 


54,000 






54,000 




027 6 






2,165 18 1 


3,000 






2.775 


_ _ 


25 1 8 


2 


- 


36 0 - 


2,500 




- 


1,750 


- - 


118 10 


10 


* 




1,900 




_ 


841 


12 10 


17 17 


4 




33 13 1 


0,500 




- 


6,803 


15 - 


352 - 


- 






1,400 




- 


032 


4 7 


15 5 


0 


- - - 


27 n - 


1,100 




_ 


086 


10 10 


15 3 


<1 


. 


28 13 8 


542 




0 






- 




- - . - 














13 1 


11 


. 


23 17 5 


2,200 


- 


- 






- 


- 


1,050 - - 


- 18 - 


450 




_ 


222 


19 10 


4 1 


0 


- 


9 11 0 


5,800 




_ 


2,135 


5 5 


30 3 


10 






3,300 




- 


801 


10 4 


34 16 


3 






40,000 


- 


- 


40,000 




508 4 




- - 


1,00-1 7 7 


3,050 






2,055 


12 3 


46 3 






01 2 1 


050 






423 




12 1 








750 


- 


- 


370 


c n 


a 9 


- 


. 




1,000 


_ 


_ 


974 


X 7 


10 0 


11 




43 4 - 


0,200 






4.879 17 10 


77 11 








600 




- 


381 


17 9 


8 4 


3 


- 




1,000 


- 








- 




900 - - 


14 14 9 


1,050 




- 










- - 




GOO 




- 














1,200 






728 


8 2 


17 1 


2 




33 0 2 


2,0.50 


- 




1,740 


4 3 


39 19 


9 


- . - - 


80 8 4 


400 


- 


- 


260 


18 1 


6 2 


2 


- - - 


12 2 10 


400 


- 








- - 


- 




. - - 
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COMMISSIONERS OF PUBLIC WORKS. 



1 






REPAYMENTS. 




BALANCES 
OuUlamling 31 Dec. 1640. 


Overpayments, 
or Repavmeuta 




OBSERVATIONS. 








































Priacipal. 


Inlercst. 


Prlncipa!. 


Interest. 


to stand against 
further Issues. 


"A 


ccmpleted. 


£. 


- 


d. 


£■ 




rf. 


£■ 




rf. 


£. s. 


d. 


£. 




(2. 


£. s. <f. 


38 
















. 




















SO 


* 




40S 

S51 


IS 




30 


3 


0 


13 


I 


8 


401 12 


9 


15 




r> 




40 








99 


1 


G 


20 


IS 


0 


418 2 




7 




~ 


■ 


41 






734 


2 


1 


ICO 


13 


7 


2= 


12 




530 11 


2 


8 


5 


I 




43 


* 




313 


7 


9 


301 


16 


7 


li 


11 


2 












- • - 


-11 


• 




731 


0 


5 


221 


8 


3 


33 


■■i 


9 


487 9 


10 


0 




7 


- - - 


45 


» 
































. . . 


40 


* 
















. 






. 




. 








47 


. 




23 


11 


4 


2-1 


15 


10 


- 


15 


fi 


' 


- 


- 






- - ■ 


49 


* 




10 


9 


5 


10 


3 


c 


- 




11 


- - 




- 








50 


• 




2-15 


IS 


- 


125 


13 


5 


M 


17 


2 


103 15 


2 


1 


9 






51 


• 




GC3 


13 


2 


2-13 


15 


2 


28 


12 


2 


384 7 


11 


0 


IT 


11 




52 






S3S 


4 


8 


331 


4 


- 


7 


_ 


8 


- . 




- 






- - - 


53 






373 


13 


_ 


101 


10 


2 


16 


12 


10 


193 8 


3 


3 


15 


9 


- 


51 


• 










270 


19 


2 


26 




4 


250 2 


7 








... 








1,002 


9 


10 


309 




- 


4C 


11 


8 


G33 12 


5 


13 






- 




Nearly finislicd. 


1,320 




1 


120 


- 


- 


74 




8 


1,810 - 


- 


21 


16 




- - 


67 


* 






18 


8 


30 


g 


8 


1 


10 


_ 














58 


• 






_ 




232 




3 


29 




1 


401 10 


7 


8 




7 




59 






8,152 




2 


125 




3 


71 


12 


9 


7,68.7 14 


2 


206 




- 




01 


- - Comnictet 


, but a considerable sum is 
































owing tu the caiiliactoi foe extra work. 


1,083 


10 


3 


105 




7 


40 




5 


840 C 


5 


7 


11 


10 


“ 


02 


• 




20 


9 


7 


25 


13 


11 


- 


15 


8 


- - 




- 




- 


. . . 


03 


• 




12,024 


12 


11 


2,000 


- 


- 


401 




4 


10,000 - 


- 


103 


s 


7 




04 


* 




47,173 


4 


0 


30,001) 


_ 


_ 


921 




9 


10.000 - 


- 


250 


T i 


!1 


. . 


or. 


- - By clireet 


ons from the 'f rexsury, lire re- 


































loan (No. 06). including the 30,000/. aiieady 
paid, is to be made to the Consolidated Tund, 
thrnngli tlie Paymaster of Civil Services, und 


































not to tins Board. 


50,703 


3 


7 


- 




- 


2,100 


- 


- 


51,000 - 


- 


033 


3 


7 




00 


- 


• 


3,005 


14 


2 


. 




. 


210 


15 


1 


2,775 - 


_ 


73 


19 


1 


. 


07 




• 


1,938 


2 


3 


270 


12 


8 


183 




7 


1,470 7 




4 IG 


8 


- 


08 






893 


3 


3 


209 


8 


9 


42 


g 


9 


542 4 


3 


9 


6 


a 


. 


09 


- . 


• 


0,481 


10 


2 


- - 






119 


18 


- 


5,893 15 


- 


407 


IT 




- 


70 






CU3 


1 


1 


170 


8 


10 


32 


IC 


_ 


481 IS 


9 


10 


- 






71 


Overpaid on 


• 


730 


19 


- 


105 


14 


11 


33 


18 


5 


581 1 


11 


10 


3 






73 

73 


former 

Accounts. 


* 


712 


10 


9 


138 


10 


8 


28 


15 


4 


530 17 




8 


7 


- 


- 


75 


£. i. 4. 


• 


1,050 


18 


- 


307 


13 


C 








100 4 




- 


18 




- 


70 


043 2 - 


Nearly finislied; open to the’ 
public. 


230 


13 


1 


69 




r, 




14 


7 


168 14 




2 


18 




. 


77 




2,200 


11 


11 


775 




7 


100 18 




1,360 3 


10 


24 


a 






78 






804 


15 


5 


438 


5 


3 


50 


14 




363 r> 




0 


10 




- 


79 


- 


* 


42,112 










. 


1,604 






40,000 - 


_ 


508 


9 


10 


. 


80 


. 


Tlic'work has been finished 






























the extent contracted for ub' 
det this loan. 








2,192 


17 


10 




17 




115 


12 




1.612 15 


- 


21 


13 


- 


... 


81 


- 


• 


457 


19 




107 


10 


11 


30 


6 




315 17 




4 


4 






62 


. 


• 


401 


0 




85 


S 




21 


1 


11 


290 18 


- 


3 


18 


- 


- 




- 


• 


1,030 


12 




198 


15 




47 


9 




775 S 


II 


15 


1 




- 


84 


. 


• 


5,125 


4 


10 




10 




188 


10 




3,053 7 


10 


56 


17 




... 


85 




• 


4UC 


19 




89 


6 




23 


3 




292 11 


G 


1 


17 




- 


80 






914 


14 




2S9 


- 




7 


4 




335 8 




7 


10 




- - - 


87 


305 11 0 


Completed. 


. 




. 








. 
















. . 


89 




• 


778 


18 


0 


104 


9 


10 


37 


10 


8 


623 18 




12 


19 




' 


09 




• . 


1,806 


12 


4 


248 


5 


7 


89 


4 




1,407 1 8 




■ 31 


3 




- - 


91- 




• 


279 


3 


1 


32 


13 


- 


13 


10 


- 


228 5 




4 


15 






93 




• 












. 








- . 


- 










03 


. . . 


- 
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IRELAND :-NINTH REPORT OF THE 



2 


NAME OF PARTY. 


PURPOSE OF LOAN. 


Original 


BALANCES 
Outstanding on 31 Dec. 1830. 


Amount 
of Exchequer 


Interest 
accrued in 


% 




Sanctioned. 


Principal. 


Interest. 


in the Year. 


the Year 










£. 


s. d. 


£. 


s. 


li. 


£. 


s. 


<?• 


£. s. fJ. 


£. s. 


<f. 


91 


Dublin county 


- • building bridge at Loughlins- 


660 


~ - 














lOO - - 


- > 






town, improving toad. 
























DC 


Kildare county - 


building bridge at Yeomanstown - 


2,.550 


_ _ 


1,802 


1-1 


7 


40 


J 


1 




87 10 




or 


Clare county 


- - road, Tulla to Limerick, by 
Ballyverglc mountain. 


1,350 


- - 


355 




4 


7 


10 


10 


100 - - 


17 


3 


93 


Leitrim county - 


road from Ballysliannon to Sligo • 


1,04S 


10 - 












• 






99 


Antrim county 


- - road from Larue to Ballyeastic 


3,600 


- - 


1,000 


16 


3 


19 


19 


11 


1,000 - - 


74 10 


1 




furtlior. 






37,200 












/ 

- . 






101 


Dublin and Kmgstown 


extension to 40 foot toad - 


•10,700 


- - 


- 


- 


- 




* 


28 U 


























700 - - 




102 


Wexford county - 


road from Wexford to Gorey 


4,760 


- - 














05 19 


4 






road from Gorey to Wexford 


1,500 


_ _ 


825 


10 


10 


19 




10 




35 — 


1 






new road from Newtown Barry - 


2,150 


- _ 


850 


10 




19 






500 - - 


.52 15 


4 


100 


Ditto - - - 


- - road from Cammalin to Tenna- 
lieelj. 


200 


_ _ 


120 


16 


■ 


2 


17 


11 




11 


“ 


107 


Kerry county 


--road from Kenmare to Glengar- 


1,100 




528 17 


11 


11 


17 




. . . 


1ft 14 


2 


108 


Conunissioners Limerick 


for extension of quay.? • 


5,000 


_ - 


1,250 


- 




18 


18 


- 


3,760 - - 


157 5 


G 




Bridge. 


























109 


Robert Bowie, Clare 


for embankment on Shannon 


800 


- - 


800 


- 




01 


8 




... 




- 




county. 




























Roscommon county 


. . road between BalHonsioe to 


1,350 


_ _ 


933 


7 




23 


2 




- 


40 IT 


4 




Roscommon. 
























in 


Kilkenny county - 


road from Innistiogue to Ross 


3,800 


- - 


1,105 


17 




20 


5 


11 


1,300 - - 


71 IS 


1 


112 


Clalway county, J. H. 


improving Ills estate at Barna 


1,950 


- - 


1,500 


- 




31 


4 




460 - - 


90 17 


5 




Lynch. 


























113 


Boyne Navigarion 


- - further im]:rovemeuts from 


1.000 


- . 


620 






26 


18 




. 


S3 12 


3 




Carrick-Uexter Dock to Drog- 
heda. 


























114 


Donegal county - 


. • road from Lctlerkcnny to Duug- 


1,800 


— 


1,200 


13 


1] 


21 


0 






54 5 


8 


115 


Ditto ... 


- - road from Letlerkenny to Crees- 


1,800 


_ _ 


1,221 


11 




21 


15 




. 


55 8 It 






lough. 






















lie 


Drogheda Harbour Com- 


fuiiber improvements ... 


3,000 




3,000 


- 




246 


7 




. 


150 - 


_ 




mUsionera. 


























IIT 


Kerry county 


- - Cahirctveen and Baltinskelligs 


1,050 


— 


728 


9 




10 


7 






33 13 


11 


118 


Ditto .... 


• - road between Waterville and 


4,300 


.. .. 


J,090 


_ 






11 


10 


1,000 - - 


07 14 


1 






Baliycarnahan. 






















119 


Galway county - 


to improve the Clifden roads 


850 


- - 


310 


0 




5 


3 


9 




7 15 


3 


120 


Kerry county 


- - new road from Tralee to Bal- 


2,200 


_ „ 


653 


14 




14 


13 


8 




33 8 


1 






linskelligs. 
























121 


Galway county - 


road, Louglirea to Portumna 


400 


_ _ 


120 














3 - 


C 


122 


Ditto 


road, Gort to Tulla ... 


750 


- - 


- 












200 - - 






123 


Clare county 


- • road, Gort towards Tulla, coun- 
ty Clare. 


500 






















12-1 


Tralee HarbourComiuis- 


half estimate for improvements . 


. 




. 






. 




„ 




. 






sioners. 


























125 


Galway county - 


road from Woodford to Loughrea 


700 


- - 


210 


11 
















120 


Galway Docks Commis- 


- - second loan in furtlior aid of 


4,000 


_ _ 


4,000 


_ 




107 


11 








11 




sioners. 


works. 




















127 


Kerry county 


i - road, Sugraney Cross to Bridge 
lisatunig. 


1,950 




101 


16 


11 


6 


6 


7 


500 - - 


18 9 


3 


12S 


Roscommon county 


- - Castlerea and Roscommon road 


],G00 


_ „ 


G84 


8 




10 


14 


6 




19 1 


5 


129 


Wexford county - 


- - road from Ballyaane to Now 


200 




1 


1 




.. 


- 


5 


. . 


- - 


2 


130 


Kilkenny county - 


- - road from Ballycastle to Ros- 

bciCOD. 


900 




mi 


19 




10 


11 


6 


50 - - 


29 U 


11 


131 


Wexford county - 


- Carrigbridge road to M‘Be;Uty’s 


2,500 


- - 


1,051 


13 


10 


19 


9 


1 


850 - - 


73 10 


- 


132 


Ditto ... 


- - Cornwall road to Mr. Booker’s 
gate, Killerin. 


S50 




491 


S 


10 


11 


10 


1 




22 2 


6 


133 


Ditto ... 


Bariow and Fnniscorthy road 


2,000 


_ _ 


795 












"f'r 




o 




Donegal county - 


- - road fromllaplioe to St. John’s- 


2,950 


_ _ 


1,742 


10 




22 








72 18 


_ 






town. 
















135 


Kilkenny county • 


- - several roods in the liberties of 
Callan. 


700 




533 


9 




9 


15 


9 




24 10 


3 


136 


Kerry county 


road from Tralee to Castlemaine - 


1,500 


_ _ 


1,088 






21 




11 










Leitnm county - 


X - road, Keshcairigan to Newtown 
Gore. 


350 


- - 








200 - - 


6 11 


2 


138 


Cavan county 


road, Cavan to Coote-hiU • 


1,700 


- - 


SOS 


9 


2 


12 


8 


1 




30 2 


5 


139 


Galway county - 


- - Culfin road, between Galway 


550 


_ .. 


41 


n 






13 


9 


250 - -. 




7 






and Westport. 




















140 


Cavan county 


Cavan aud Mullagh mad - 


2,950 
























Cork county 


Kenmare road, second loan > 


.500 


- _ 


274 


7 


11 


4 


17 






10 12 


0 


1-12 


Rev. T. Matthew 


for Roman-catholic chapel, Cork - 


1,000 
























Coleraine and Antrim • 


road trustees .... 


1,000 


“ -• 


1,000 


c 


3 


17 


8 




- - ' 


48 11 


7 
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IQ 



TOTALS 




REI'AYMENTS. 




13AI.ANCES 
OuUtiUKliiig 31 Dec. 1810. 


Overp.aj'ments, 
or Repaysnciits 


c 

.J 


Overpaid 


OBSERVATIONS. 

Thus marked (•) liave been 
reported as completed. 








PfiDcipal. 


Interest. 


rriiici|ifi!. 


Interest. 


to stand ngninst 
further Issues. 




Aceounts. 


£. 


j. 


d. 


£. 


s. 


d. 


£. s. 




£. s. 


r'. 


£. 


5. 




£. s. d. 




£. 8. d. 




lUO 






06 


11 


9 
















93 5 5 


9-1 


126 10 8 


CyanarraDgementmadewitli the 
grand jury, this work is to be 
Ouished under the superin- 
tcudcncc of a committee, aud 
no further issues arc to be 


1,0S1 


- 




85 




11 


90 13 


1 


1,717 9 


8 


37 


12 


10 




90 


. 


• 


871 


14 


5 


385 




8 


10 8 


1 


- • 










29 11 4 


97 




» 


100 


- 


_ 




















. 




08 


109 - - 


- 


2,101 


12 


3 


470 


15 


9 


09 10 


1 


1.52!) 13 


6 


25 


12 


11 


. . - 


99 


. . . 


Finished. 


j.38,720 


12 


8 


- - 






1,620 13 


8 


37,200 - 


- 


- 








101 


. . . 


• 


2,550 




- 


007 


19 


.5 


93 S 




1,753 11 


2 


30 


10 


2 




102 




Cotnpictod. 


K80 


3 


9 


20S 


19 




41 10 




610 17 




12 


10 






103 




• 


1.122 


11 


3 


308 


11 


6 


.50 6 


10 


l.Oll 19 




21 


13 


10 




105 


- 


Completed. 


1»5 




11 


20 




1 


0 7 




100 11 


11 


2 


1 


10 




100 




• 


550 


0 


8 


287 


11 


6 


27 7 


- 


211 0 




3 


4 


0 




107 




• 


5,170 


3 


0 


. - 




- 






5,000 - 




170 


3 


0 




108 




See No. 80, 


901 




1 










- 


800 - 




101 


8 






1119 




* 


097 


7 


4 


185 


1 




40 11 




748 2 


11 


17 


8 


5 




Ilfl 




* 


2,497 


10 


7 


513 18 




58 18 




1,801 18 


11 


33 


_ 


8 




111 


. 


Comjiloled. 


2,073 


- 


- 


- ■ 






37 10 




1,950 - 


- 


84 


6 


U 


- ‘ 


112 




Ditto. 


060 


10 


0 


40 


- 


- 


10 10 




580 - 


- 


20 


- 




- - - 


113 




Not yet completed. 


1,283 


9 




220 


4 




57 12 




086 9 




IB 


3 


- 


. - 


114 




Complolcd. 


1,293 


18 




214 


10 


10 


58 14 




1,007 3 




18 


9 


8 




115 




• 


3,800 


7 








. 






3,000 - 


- 


390 


7 


3 




NO 


. . . 


• 


778 


10 




104 


IG 




11 13 




023 13 


- 


8 


7 


5 




117 


. . . 


* 


2,820 


G 




504 


19 




102 1 




2.185 - 


10 


28 


-1 


8 


- - 


IlH 




Very nearly completed. 


32.3 


8 




207 


17 




13 5 




42 11 




- 


13 


6 




119 




• 


1,201 


10 




271 


16 




34 18 




878 18 




13 


3 


4 


■ - - 


120 


- ■ - 


Aboutwie-fourlh'tobe finished ; 
a puition open Co the public. 








115 


3 




4 16 


10 


4 10 


10 




1 






121 




• 


200 






48 


8 




- ■ 








• 






200 - - 


122 

123 


351 11 6 


Completed. 

Ditto. 


220 


7 




164 


17 




9 1 




45 13 


11 




14 






125 




Completed. 
Sec l4o. 20. 


4,409 


17 




80 


- 


- 


.309 3 




3,920 - 


- 


100 13 






126 




030 


12 




258 


1 




17 10 


- 


043 15 




7 


5 


10 


- - - 


127 




About one-tliird remaius to be 
finished ; a portion open to 
the public. 








449 


7 




30 14 


1 


235 1 


1 


5 


4 




- 


128 


- 


* 


1 


2 




24 


9 






7 


■ - 


- 








23 7 11 


120 




See No. 50. 


702 


2 




103 


10 


10 


30 3 


2 


558 2 


2 


10 


- 


9 


. . 


130 


. - 




3, 094 


12 


n 


253 


4 


7 


02 r 


11 


1,618 9 


3 


30 


11 


2 


. . 


131 




Completed. 


524 


10 


5 


82 


4 


1 


2.5 2 


3 


406 19 


9 


8 


10 


4 




132 




Very nearly completed. 


l..'!CG 


4 


3 


207 


11 


11 


44 18 


1 


1,287 12 


1 


20 




3 




133 


, 


Completed. 




12 


- 


520 


15 


5 


72 15 


3 


1,215 16 


1 


22 




3 




134 


- - ■ 


Ditto. 


SC7 


15 


- 


83 


IG 


7 


20 4 


8 


149 12 


s 


8 




4 




13.5 




•• 


1,100 


2 


0 


150 


18 


7 


58 10 


7 


937 12 


7 


12 


11 


f) 


. . . 


136 




. 




11 


2 


79 


14 


9 


' 0 


9 


lie IS 


7 


2 




5 


- 


137 


3 9 8 


* 


907 


19 


8 


S90 


8 


9 


S3 - 


0' 


475 - 


0 


9 


10 


- 


. . - 


138 




Veiy nearly completed. 


299 


1 




130 


12 




3 


0 


ICO 11 


2 


2 


10 


7 


- • - 


139 


- - - 


Ditto. - 


2,513 


3 


11 


255 


11 






3 


2,100 14 


. 


42 


_ 


3 




140 




• 




18 




107 


7 




12 2 


3 


107 - 


5 


3 




2 




111 


. 


* 


1,139 


8 


.9 


133 








.. 




_ 


23 




9 




142 




» 


1,000 




10 


SO 




S 


40 19 


4 


941 5 


7 


25 




3 


• 


143 


■ 


Completed. 

(contir.rfffi) 
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IRELAND NINTH REPORT OF THE 



NAME OF PAKTY. 



Antrim county - 
Galway county - 



Claie county 
Donegal county 
James Molony 
Sic John Buchc 

Clare county 
Roscommon county 

IVexford county 
Kilkenny county 
Dublin county 
Carlow county 
Commissioners Galway 
Docks. 

Leitrim county 

Wexford county 
Belfast Harbour 
missioners. 

Galway county 

Clare county 
Galway county 
King’s county 

Kerry county 
GnUvay county 
Kerry county 
Wexford county 
Trustees of - 
Kerry county 
Dooegal county ' 
Roscommon county 
Kilkenny county . 
Ditto 

Cavan county 
Ditto 

Kilkenny county - 
Galway county 
Donegal county • 
Kerry county 
Sligo county 
Tipperary county 
Galway county 
Mayo county 
Ditto 

Kerry county 
Ditto 

lulkenny county 
Ditto 

Cavan county 
Antrim county 
Down county 
Cavan county 



PURPOSE OF LOAN. 



Ballymouy Court-house 
Portnmna bridge 



Fortumnar 



w bridge - 

w line, Castlederig to 



« - part of 
Donegal. 

- - towards ro.id between Tulla to 
Gort. 

- - new road from Lougbrea-road 
to MarblC'liill. 

new road from Ennistymon to Galwayl 

• - new road from Roscommon to 
Strokes tmro. 

- - new road from Newtown Barry 
to New Ross. 

- new road between Greenville and 
Grannybridge. 

newroad toEnniskecryby Glencullen 
newroadbetweenTulIow&Clonegall 
to complete works 

-- new road, Dnimshambo to In- 
ciskillen. 

newroadbetweenWexford& Carlow 
to improve works - . - 

• - road froaii Spiddle to Custello 
Bay. 

• - towards road between Ennis 
and Woodford. 

for a new court-house at Clifden - 
for a new bridge at Fortumna 



towards bridge at Filedrenaeh 

• • road from Aughvis and Oney to 
Clifden. 

road from Dingle to Limerick 

- - Eoniscortby to New Ross, new 
Cork episcopal free church - 

- • road from Killarney to Abbey- 

- • road from Lelterkenny to Kil- 
-macrenan. 

• road from Ballyhaunis to Longh- 
glyn. 

• - for a court-house and bridewell 
at Callan. 

for like and like at Urlingford 

- - new road from Cavan to Long- 
ford. 

lew road from Cavan to Boilie- 
boTough. 

w road from Craig to Gowran - 

- - new road ficm Clifden to Bun. 
n Bay. 

new road from Creeslougli to 
Ramelton. 

new road from Castlemaine 
Dingle. 

new road from Tubbercurry to , 
Balliua. ! 

w court-house at Nenagh 
new court-house at Outerarde 
w road, Bellmullet to Balliua - 
[ - - new road, Bailaghaderreen to 
I Swineford. 

I - - for a new road from Killoiglan 
o Cahirciveen. 

I • buildiog a quarter-sessions house 
I at Lislowell. 

> building a bridge over River 
I Dinan. 

lew road from Ross to Garrick- 

lew road, Balleaagh to Killes- I 
I liandro. 

- towards rebuilding the long 
ridge ut Belfast, 
iwards same purpose 
I for road from Cavan to Cootebill - I 



Original 
Amount of Loan 
Sanctioned. 



3,000 

1,100 



1,000 

1,030 



1.350 

2.350 
1,100 
1,.100 



1,200 

4,850 

2,050 

2,800 



1,250 

2,100 

C,000 

1,000 

1.050 

4.050 
900 

1,500 

2,100 

2,400 



10,900 

3,259 



BALANCES 
Outstanding on 31 Dee. 1839, 



Principal. 



400 9 10 
1,177 17 2 



188 13 9 

603 l-I in 
147 10 - 
7C0 10 - 
ISO 0 u 
l.-lOO - - 
631 17 9 

786 17 - 
5,000 - - 



211 U 3 

1,000 - - 



1,001 IT - 
173 - 3 
287 - - 
600 - - 
1,257 4 1 
100 - - 



£. s. 

9 5 
23 5 



4 13 
3 8 



2 13 2 

2 19 10 

3 17 - 
23 11 .5 

3-9 
7 18 3 
2 7 10 
n 14 
1 8 

4 10 
7 IT 

20 15 11 I 
1 1 



Amount 
ufExciiccjuei 
Rilla issued I 
m the Yea 



Interest 
accrued in | 
the Year. 



1,000 - - 



110,000 - - 



1,050 

600 



52 15 3 
10 7 5 



3 5 6 
47 2 7 
20 0 - 
35 17 9 
8 7 9 
87 7 



.■>3 14 II 
5-12 !1 3 



6 9 10 I 
31 15 1 

5 G 10 
51 7 II 
2 10 2 
27 - 
1.5 7 1 
115 11 C 
33 11 10 
:t-i 7 1 
21 18 1 
59 8 7 

7 8 1 

8 IG 1 

14 7 1 
3 8 3 
1 19 7 
1 10 3 
3 17 11 
12 13 3 
7 2 
7 1 11 I 
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EEl’AYMENTS. 


BALANCES 
Outstandiits 3l Dec. 1840. 
. 


Overpayments, 
orTlepaymenta 
in Advance, 


J 


Overpaid 
on fonner 


OBSERVATIONS. 




Principal. 




Interest. 


Principal. 


Interest. 


a stand against 
rurthcr Issues. 


A 


Accounts. 


epurted ns completed. 


£• *• '*■ 




1. 


£. s. <1. 


£. ». d. 


£. *. d. 


£. s. d. 




£. 5. d. 




310 10 


0 


20 13 2 


149 13 - 


2 18 2 




41 






2,592 1 10 


1,010 17 


6 


91 4 1 


1,160 19 8 


23-7 




45 




-lUndov Act 4 8: 5 Will. -1, 
I c. 01. This work is cx> 
> pcctcd to be fiaislied, and 
opened to tlic public in the 


1,324 12 9 


152 12 


4 


42 13 4 


1,110 9 10 


18 17 3 




17 


- 


J coming season. 


202 8 4 


75 15 


- 


11-4 


172 9 8 


3 3 .1 




118 




* 


350 - - 


- - 




- - . 


350 - - 






149 




Work completed. 




. - 








. . . 




ISO 




Ditto. 




225 1 


3 


. - - 


. 


. 


100 5 1 


151 


375 3 10 


Nearly completed. 


X,10-l 3 H 


871 - 


6 


3 19 0 


317 13 3 


1 15 8 




162 




\'cry nearly completed. 


1,221 10 - 


ISO 5 




35 14 7 


976 9 5 


20 6 7 


. . . 


1-53 




Completed. 


1,174 IS C 


420 15 


3 


14 4 9 


720 11 9 


13-9 




J51 




Progressing slowly. 


SIO 1 2 


112 8 


11 


37 11 1 


627 1 1 


3-1 


- . 


155 


. . - 


• 


448 3 3 


198 14 


2 


<! 15 6 


237 12 9 


r, - 10 


. 


150 




Completed. 


2,504 13 C 


- - 




SC 10 10 


2,400 - - 


48 2 8 


- ■ 


157 




See Nos. 20 & 126. 


818 9 4 


281 5 


- 


26 19 - 


500 12 9 


9 12 7 


. . 


158 


. - 


' 


1.403 n 8 


221 4 


10 


43 10 2 


1,115 12 2 


23 4 6 


. 


159 




Completed. 


15,0\JO 19 7 


- 




217 0 1 


1.5,000 - - 


419 13 6 


- 


160 


- - 


Very nearly completed. 


017 9 - 


208 - 


- 


12 2 1 


339 10 4 


5 0 11 




ICl 


352 9 8 


Comploled. 


450 - - 


206 11 


4 




- . , 


- . . 


68 14 4 


102 


222 3 - 


In progress of execution. 


SOI 18 11 


219 14 


3 


- 5 9 


105 5 9 


1 13 2 


. 


163 


145 - - 


- - Ditto. 


1,433 0 3 


154 13 


II 


40 11 9 


1,213 18 6 


24 2 1 




161 




This work, it is expected, will 
be cuiiipluted and open to the 
public in the coming season. 


251 5 6 


OS 19 


4 




112 - 7 


15 6 




165 


09-1 


Completed. 


1,008 1 10 


608 9 




9 7 11 


.573 13 11 


6 in 11 




166 




Dilln. 


703 1!) 7 


375 10 




4 19 10 


.379 1 2 


4 5 2 




107 




In progress. 


1,053 8 9 


335 17 




16 18 10 


087 14 10 


17 17 11 


. . . 


108 




Ditto. 




- - 


. 










109 




Relinquished. 


753 15 1 


459 11 11 


6 19 10 


284 10 4 


3 4 - 




170 


- - ■ 


Nearly finished. 


1,425 2 4 


266 8 


9 


55 4 7 


1,083 11 3 


19 17 9 


■ - - 


171 


- - - 


Very nearly finished, and part 
open to the public. 


205 16 11 


204 3 


1 


5 10 11 


- 


• 


4 3 1 


172 




In progress. 


708 15 11 


354 14 


4 


26 5 8 


319 2 11 


8 13 - 


- . . 


173 




Nearly completed. 


790 14 11 


368 13 


8 


12 C 4 


40.1 6 4 


5 8 7 




174 




In progress. 


4,324 2 11 


539 - 


1 


67 5 11 


3,062 16 11 


65 — — 


. . - 


175 




Completed. 


1,808 - 5 


392 11 


4 


13 5 10 


1,380 S 11 


21 14 4 




176 


. . . 


Very nearly completed. 


1,075 17 fi 


407 19 


5 


IS - 7 


1,620 - 7 


20 16 11 


. - 


177 




• - Ditto. 


529 15 7 


141 6 


S 


24 2 7 


358 18 7 


5 13 - 




178 




Completed. 


1,837 8 7 


337 13 


S 


57 14 8 


1,410 10 5 


22 9 10 




179 




Neatly completed. 


SOS 0 S 


304 19 


8 


4 3 2 


495 - 4 


4 6 3 


- - - 


180 


- - - 


In progress; part open to the 


558 10 1 


232 6 


11 


5 4 9 


317 13 1 


3 11 4 




181 




Proceeding satisfactorily. 




900 - 


- 


. . 






900 - - 


162 


. . . 


No advaoce yet required. 


610 9 9 


219 10 


1 


10 9 11 


380 9 11 


5 19 10 


- 


183 




In progress. 


053 8 3 


450 10 


3 


2 19 


193 9 9 


10 6 


. . - 


184 




Ditto. 


1,201 19 7 


010 18 


2 




289 1 10 


1 19 7 


- . . 


185 


- . . 


Nearly half finished. 


301 I( 2 


175 15 


7 


- 2 10 


124 4 6 


1 13 4 




186 


. - _ 


Proceeding slowly. 


753 17 11 


335 17 




17 2 


414 2 8 


a 10 9 




187 




In progress... 


1,212 13 3 


313 15 




116 


886 4 C 


11 11 9 


- - - 


188 




Bridge built; approaches nearly 
completed. 


1,007 2 - 


358 17 




I 2 11 


641 Si 11 


5 19 1 


• - - 


189 




Very nearly finished. 


007 11 


97 1 


11 


. . 


502 16 1 


.7 1 11 


- . 


190 




Completed. 








. . 




. - 


. . 


191 




In progress. 








. 




. 


. 


192 




Ditto. 


^011 s 1 j 202 5 3 j - - . j 707 14 0 j AI 5 1 
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IRELAND :-NINTH REPORT OF THE 









Original 


BALANCES 
Outstanding 31 Dec. 1839. 


Amount i 
of Exchequer j 


Interest 






PURPOSE OF LO.A.N. 






accrued ia 




















Sanctioned. 


Principal. 


Interest. 


in the Year, j 


tlie Year. 


— 






£. s. il. 


£. s. <1. 


£. *. £. 


£. $. il. 


s. d. 


104 


Anliim county - 


. . new road, Larne to Bally- 


12,200 - - 


- - - 


- - - 


4,750 - - 


60 a 3 




meiia. 












195 


Ditto - • ' * : 


- - new road from Cusliemlall to 


6,850 - - 




- 


2,Ji00 - - 


46 2 - 


Ballymena. 












190 


Galway town - - | 


new road between Cloniff and Darna 


.700 - - 




• 




10 10 B 


197 


Queen’s county - - j 


- • new road from hlountratli to 


1,135 1 - 




- 


250 - - 


- 16 . 




Tullamore. 












19S 


Galway county - 


new road from Atiilone to Tuam - 


S,679 - - 


' - ' 




850 - - 




199 


Kerry county 


- • apjJroach to suspension bridge, 
Kenmare. 


890 - - 






8 8 9 




Down county 


• • new road from Downpatrict to 


2,095 - - 


- 




1,400 - - 


15 10 7 




SUongford. 












201 


Leitrim county - 


- - road, CcDtinaveena coal pits to 
Droraahair. 


706 - - 




■ 


750 - - 


U 16 10 


202 


Wexford county - 


for a bridge at the Deeps - 


1,961 - - 


- - 




. 




203 


Rev. Nieh. Power, p. p. 


- • improvemeot Roman-catholic 
chapel at Ncnagh. 


600 - - 




■ 


500 - - 


9 .1 2 


204 


Cavan county 


- - new road, Killeshandra to Car- 
xick-on-ShanDOn. 


1,900 - - 








- 18 - 


205 


Dublin county 


- - road from Grange to Murpiiy’s- 


600 - - 




- - 


• 


- - 


206 


Antrim county - 


- • continuation of Antrim coast 
road. 


6,300 - - 




- - " 








Cavan county 


• - new road, Carrickmacross to 


600 - - 




■ 


- 


. . 




Bailicborough. 












20S 


Gaiway county . 


road, Baroa to Cloniff 


S3" - - 




- 


150 - - 


1 8 1 




Rev. John Kenny, p.p. 


- - completing Roman-catliolic 


1,000 - - 






85(1 - - 






chapel at Kilrush. 












210 


Ulster Railway Comjiany 


for extending railway, &c. &c. - 


20,000 - - 




- 


10,000 - - 




211 


Kerry county 


road from Tarbort to Tralee 


1,210 - - 








- 


212 


Ulster Canal Company 


- • to complete the works of the 


10,000 - - 




- 


(i,«00 - - 






canal. 












213 


Kerry county 


road from Kanturk to Tralee 


1,784 15 6 




- 






214 


Rev. Michael Scanucll 


to complete Aghada chapel 


300 - - 






200 - - 




215 


Kerry county 


for the quay at Port Magee 


250 - - 










216 


Patriot C. Howley 


- - to complete a Boman-caliiolic 
chapel at Attymas. 


150 - - 


■ 








217 


Antrim county - 


- - road from Ballycastle to Bally- 


1,150 - - 


- - 




500 - - 


[ 13 2 




Rev. Michael Fitzgerald 


- - enlargement Roman-catholic 


150 - - 




. . . 


- . - 


. - . 




p.p. 


chapel, Ballingarry, county Lime- 














Siieem Road Loan 


under 1 Viet. .... 




- - - 




lOO - - 






Moyfcrla liarony Loan - 


- ditto - 




. V- . 




750 - - 








£ 


j 814,000 12 - 


430,967 15 0 


10,530 18 2 


64,950 - - 


17,543 10 5 






Deduct from Balances, Amounts ovcrpnid - - - 


2,003 1 10 




" • ■ 


■ ■ 








£ 


431,274 13 11 


1 10,53(1 IS 2 


S4,950 - - 


17.543 16 5 
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REPAYMKNTS 






KALANC KR 
Outstanding 31 Dec. 18^10. 


Overpayment, 
or Repayments 




Over])aid 


OBSERVATIONS. 






















in Advance, 




on former 








Piincipal. 


Interest. 


Principal. 


Interest. 


to stand against 
furtlicrlssues. 




Accounts. 


rcjwrted a.s completed. 


£. *. 


d. 


£. s. 


d. 


£. 




<2. 


f. s. d. 


£. s. 


J. 


f. 


S. d. 




£. s. d. 




4,800 8 


•s 


1,812 1 


1 


21 


- 




2,937 18 11 


38 8 


- 






194 




CoBsidciaWc progress inaJo. 


2.S4C 2 




1,018 - 


4 


■1 






1,781 19 8 


31 TO 


0 




- 


195 




• Ditto. 


310 10 














300 - - 


10 19 


6 






19G 


. . - 


In progress. 


250 10 


- 


178 15 










71 4 5 


- 10 


- 






197 




- Ditto. 




. 


1,103 11 


_ 


- 




- 








1,103 


M - 


198 




- Ditto. 


658 8 


9 


98 15 


10 








761 4 2 


3 


9 






109 




Neaily completed. 


1,415 10 


7 


424 7 










975 12 « 


15 10 








200 




lu a forward state. 


7C-I 10 


10 


28!) 12 


10 


9 


16 


2 


4(i0 7 2 


s . 




■ 


- 


201 




Caniplelcd. 






103 13 












. . 




103 


13 4 


202 




No issue made. 


500 4 




SO 5 




7 


9 


7 


419 14 0 


4 








203 




In progress. 


250 18 




117 10 




- 






132 8 10 


- 18 


- 






20-1 




- Ditto. 


- - 




30 - 














- 


30 




205 




CunimeaceJ. 






472 9 


11 








■ - - 






472 


9 11 


200 




In progress. 






38 1 
















38 


1 5 


2i)7 


■ - - 


- - No advance made or ap- 
plied fur. 


151 8 




24 17 




- 




- 


125 3 - 


S 




- - 




208 


. . . 


In progress. 


650 - 


- 


- - 


- 






- 


850 - - 






‘ - 




209 


- ' - 


- Ditto. 


10,000 - 




. 










10,000 - - 










210 


. . . 


Dillo. 






135 5 


0 






- 


- 






135 


li C 


211 




- - No advance made or ap- 


0,028 15 




' - 










0,000 - - 


28 15 








212 




plied for. 






- . 












- - 








213 




No advance made, or applied for. 


200 IS 




- 








- 


200 - - 


16 








214 


. . . 


In prugic.s.s. 


























215 




Not commeuccd. 


- • 












- 


* - 










2IG 




In progress. 


SOI 13 




172 10 


- 








327 10 - 


1 13 


= 






217 


- - - 


- Ditto. 
























- 


218 




- Ditto. 


100 - 


_ 












100 - - 


_ 












750 - 


“ 


“ - 










760 - - 


- 














549,991 10 




75,030 12 




17,091 




11 


147,550 8 C 


10,970 15 


8 


3,3(i2 


11 4 




2,093 1 10 








■ ' 












~ 












547,298 8 




7.-), 030 12 




17,094 




11 


144,193 14 2 


10,979 15 


8 











Jos, C. Walker, AccounUaC. 



252. 

Printed image digitised by the University of Southampton 



ibrary Digitisation Unit 



24 



IRELAND NINTH REPORT OF THE 



No. 8.— THE ACCOUNT of the Commissiokees of Public Woeks, for Gmiits.for One 
Year, under the 1st & 2d Will. 4, c. 33, ended 31 December 1840. 



RECEIPT : 

To Balance of last Account - 



No. 6.— Larne and Ballycastle Road : £. s. il 

Received from Grand Jury (county Antrim) - 408 10 - 

— sale of house erected for overseer 10 10 10 

— sale of implements - - - 14 1010 

No. 10.— Kenmare Road ^county Cort) 

No. 11.— Kenmare Road (county Kerry) - - - 

No. 13. — Centinaveena Road : 

Received from Grand Jury (county Leitrim) . - - 

No. 21. — Killarn^ and Sneem Road : 

Received from Grand Jury (county Keny) - - - - 

No. 24. — Kenmare Bridge: 

Received from the Marqxris of Lansdowne - 2,140 7 10 
— for interest on stock - - • - 29 10 1 



No. 23.— Balliidau'Iess Road . , . - 

No. 26. — Barna Pier ------ 

No. 31. — Cahivcivecn and Ballinskelligs Road 
No. 32. — Kenmare and Caliirciveen Road : 

Received from tlie Treasury - 1,000 - 

— Grand Jury (county Keny) - 095 9 



No. 33. — Clifden Roads ------ 

jg-Q, 34. — Tralee and Killorglan Road : 

Received from tlie Treasury . - - - 612 G 1 

— the Grand Jury (county Keny) 500 8 4 

No. 35. — Lctlerkeiiny and Dungloe Road 

No. 36. — Letterkenny and Creeslough - - - - 

No. 38. — ^Tidla and Gort Road (county Clare): 

Received from James Molony 

No. 39. — Tulla and Gort Road (county Galway) : 
Received from the Treasury - 424 - - 

— Grand Jury (county Galway) 200 - - 



jfo. 40.— Tralee Harbour : 

Received from the Harbour Commissioners - - - - 

No. 41.— Woodford and Loughi-ea Road : 

Received from John Fetherstone - - _ . - 

No. 42. — Gunsboro’ Roads: 

Received fi'oni Pierce Mahony ------ 

No. 43. — Sugraney Cross and Bridge of Lisatunig : 
Received from the Treasury - - - - qoo — - 

— Grand Jury (county Kerry) 500 8 4 

No. 44. — Moyfei'ta Roads 
No. 45. — Portumna Bridge : 

Received from the Treasury - 3,312 - - 

— Grand Jury (King’s County) 1,544 12 - 

— — ^Galway) - 1,000 - - 

— — (Clare) - 850 - - 

No. 46. — Glenquin and Goulboum Bridge Road - 
No. 47. — Tralee and Castlemainc Road : 

Received from Grand Jury (county Keny) - - - - 

No. 48. — Quay and Road at Sneem - - - - 

No. 49. — Culfin Road : 

Received from the Treasury - - . . 700 - - 

— Grand Jmy (county Galway) 260 - - 



No. 50. — Ballykiue Road - - - 

No. 51 and 63. — Filedrenagli Bridge and Road : 
Received from the Treasmy - 186 8 

— Grand J'uiy (county Keny) - 249 2 
— Charles O’Connell - - 76 - 



Carried forward 21,711 



520 11 8 
nil. 
nil. 

750 - - 
1,044 19 9 



2,170 3 11 
nil. 
nil. 
nil. 



1,905 9 8 
nil. 



1,112 14 
nil. 
nil. 



624 - - 
350 ' - - 
217 14 5 
69 10 4 



1,000 8 

nil. 



9,283 17 
nil. 



507 0 
nil. 



050 - 
nil. 
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EXPENDITURE: 



By expenditui'C in labour, coiitracls, 5ce. in cnrrj'ing into exe- 
cution works of certain gi'ants, per contra ; 

No. C. — Larne and Ballycastle Road : £. s. d. 

Works under contract and s)i])crintcndence - 900 - - 

Labour and incidental expenses - - • 10 8 C 



No. 10. — Konmarc Road (county' Cork): 

Paid for gunpowder - 

No. 11. — Kenmarc Road (county Kerry): 

Paid for gunpowdcj' - . 

No. 15. — Centinaveena Road - . - - . 

No. 21. — Killarncy and Sneem Road: 

Works under contract and superintendence - - - ' - 

No. 24. — Kenmarc Bridge : 

Works nnder contract ----- 2,787 - - 

Ijibour and snperiiitendcncc - - - - i,092 12 4 

Incidental expenses . . - - . 047 13 2 

No. 23. — Ballinlawlcss Road: ' 

Works nnder contract ------- 

No. 2(3. — Baviia Pier : 

Works under contract -------- 

No. 31. — Cahircivecn and BtJlinskeiligs Road: 

Works under contract and Hunorintendence - - - - 

No. 32.— Kc3)Tnarc and Cahu-civeen Road: 

Works nnder contract ----- 1,933 - - 

Labour and superintendence - - - - 134 4 - 

Incidental e.xpenses - - - - - 35 97 



No. 33. — Clifdcn Roads : 

Labour and superintendence - - - . C 1 1 

Gunpowder - -- -- -- 23 93 



No. 34. — Tralee and Killorglan Road : 
Works under contract - - - _ 

Superintendence - - - - - 

Incidental expenses _ - . - 



85 11 5 
24 13 10 



No. 33 — Lcttcrkenny and Dungloc Road: 

Labour ajid sunerintcndcnco 

No. 3G.~Lctterkcmiy and Cresslougii: 

Labour and sunerintondcncc 

No. 38. — Tulla and Gort Road (county Clare) : 

Works under contract and superintendence - - - - 

No. 39. — Tulla and Gort Road (county Galway) : 

Works under contract and superijttenclencc - - 

No. 40 — Tralee Harbour: 

Incidental ex])enses ------ 

No. 41. — Woodford and Loughrea Road: 

Works under contract and superintendence - 412 11 - 

Extra works - - - - - - - 92 19 9 



No. 42. — Guiisboro’ Roads: 

Labour and superintendence - - . , . 

No. 43. — Sugraney Cross and Bridge of Lisatunig: 
Works under contract and superintendence - - - 

No. 44 — Moyferta Roads: 

Labour and superintendence - - . . , 

No. 45. — Portumna Bridge : 

Works under contract, and extra work - - 7,145 9 

Superintendence - - - 331 - 

Incidental expenses - . - . . 1 ig 



No. 46. — Glcnquin and Goulbourn Bridge Road: 
W orks under contract ------ 

No. 47. — Tralee and Castlemaine Road : 

Works under contract and superintendence - 
No. 48. — Quay and Road at Sneem : 

Works under contract and labour . . - 

No. 49 — Culfin Road : 

Works under contract and superintendence - 
No. 50. — Bailykine Road : 

Works under contract ------ 

No. 51 and 63. — FUedrenagh Bridge and Road: 

T* orks under contract and superintendence - 



Carried foi-ward 



910 8 C 

86 16 1 

186 17 8 
nil. 

815 3 - 

4,127 5 6 
360 - - 
33 11 8 
' 366 7 4 

2,104 13 7 
29 10 4 

1,415 5 3 
147 10 9 
8 17 3 
I 1,507 4 10 
j 1,068 7 8 
17-6 

605 10 9 
592 14 8 
I 1,001 G 4 
19 4 6 

7,508 9 3 
200 - - 
455 9 11 
158 5 - 
338 17 3 
60 - - 
469 15 6 
24,476 2 1 
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Brougiit forward ------ 

No. 52.— Castle Derg and Pettigoe Road 

No. 33.— Mullf^limorc Pier 

No. 54. — Eunist3'moii and Galway Road : 

Received from tlio Treasury . - - - 400 - - 

Grand Jury (county Clare) - 500 3 4 

No. 50. — Glencullen Road: 

Received from tlie Grand Jury (county Dulilin) - 

No. 58.— Killetur and Pettigoe Road (countyPemiuuagli): 

Received from the Treasiuy 

No. 59.— Killetur and Pettigoe Road (county Tyrone) : 
Received from the Troa-suiy - . - - 270 - - 

Grand Jury (county Tyrone)- 543 10 10 

No. 60. — Road from Glen Swilly to Glen Finn : 

Received from the Treasury - 

No. Gl.— Spiddle and Costello Bay Road : 

Received from tlic Treasury - - . - o.3u 10 - 

— Grand Jury (county Galway) 900 - - 

No. 62.— Ennis and Woodford Mountain Rond : 

Received from the Treasury ... - 450 - - 

Grand Jury (county Clare) - 44!) 19 2 

— James Molony - - - 27 12 - 

No. 64. — Streamstowu and Cleggaii Road : 

Received from the Treasury - - - - 1,080 5 !i 

— Grand Jury (county Galway) 1,050 - - 

No. 65. — Road from Dingle to Smerwick : 

Rcceii'ed from the Treasury - - - - ,500 - - 

— Grand Jury (county Kerry) - 855 12 9 

No. 66. — Kenmai'e Bridge: 

Received from the Treasury - 200 - - 

— Grand Jury (county Kerry) - 860 14 2 

No. 07. — Killarney to Ahbeyfeale Road : 

Received from the Treasury - - . - OOO - - 

— Grand Jury (county Kerrj^) - 900 7 8 

— Mr. Raymond - - • 60 - - 

No. 69.— Clifden and Bunowen Bay Road - . - 

No. 70. — Cloniff and Bania Road : 

Received from the Treasury - _ . . 203 _ _ 

— Grand Jxot (county of llie 

town of Galway) - - 300 - - 



No. 72. — Kenmai-e to Glengariffe Road (county Cork) : 
Received from tlie Treasury - 

No. 73. — Kenmai’e to Glengariffe Road (county Kerry) : 
Received from the Treasury - - - - - 

No. 74. — Road from Mounti’atli to Tullamoro : 

Received from tlie Treasui’y - - . . 292 9 0 

— Grand Jury (Queen’s county) 250 4 2 

No. 77. — Road from Grange to Murphystown : 

Received from D. C. Latouche ------ 

No. 79. — Antrim Coast Road, continuation ; 

Received from the Grand. Jury (county Antrhn) - - - 

No. 81. — Barna and Cloniff Road : 

Received from the Grand Jury (county Galway) 

No. 83. — Road from Mitchelstown to Limerick ; 

Received from Lord Kingston - - - - - . 

No. 84 — Quay at Port Magee, Valeiitia Harbour: 
Received from_Trinity College, Dublin . - . - 



Office of Public Works, ) 
Dublin, 1841. J 
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EXPENDITURE: 



Brought fonvard . .... i 

52. Castle Derg and Pcttigoc Road : 

Works under couti-iiet and supeviiitciulcnco - - - - 

No. Q3. — Mullag]iino3'o Pier : 

Paid travelling expenses - - 

No. 54. — Ennistyinon and Gahvay Road; 

Works under contract 43C - - 

Travelling expenses - 14 - 

No. 6G.— Glcncullcn Road 

No. 68.— Killctuv and Pcttigoc Road (counly Permant^'li) : 
Works under contrfiet ami tnivolling expenses . . - 

No. 69.— Killotur and Pcttigoc Road (county Tyrone): 
Works under contract and fravellitig expenses ... 

2^0. CO. — Road from Glen Swilly to Glen Finn 

No. 01.— Spiddlo and Costello Bay Road : 

Labour and snperiiitendence 

No. (B. — Ennis and Woodford, Mountain Road : 

Works under contract and superintendence - - - - 

No. 04. — Streamstowii and Clcggan Road : 

Labour and supcrintcndciice . . - - 1,584 4 8 

Gunpowder 1410- 

No. 05. — Road from Dingle to Smcrwick: 

Woiks under contract ..... 705 - - 
Labour and superintendence - - - - 84 10 6 

No. 00. — Kcnmare Bridge: 

Labour and suporintendcnco 

No. 07.— Killaniey to Abi)cyfeidc Road : 

Labour and superintenclenco, &e. 

No. 00.— Clifdcn and Buuowen Bay Rond: 

Labour, siipcrhiteudonce, &c. 

No. 70. ClonifF and Barna Road: 

Works imder contiuct 

2Jo. 72.— Ivcnmarc to Glengariffe Road (county Cork) - 

No. 73.— Kcnmare to Glengariffe Road (county Kerry) - 

No. 74.— Road from Mountrath to Tullamore : 

Paid for loekspitting and incidental expenses - . - 

No. 77 Road from Grange to Murphystown 

No. 79.— Antrim Coast Road, continuation: 

Paid for superintendence and travelling expenses - 

No. 81.— Bnrna and Cloniff Road : 

Paid lor Engineer’s inspection 

No. 83.— Road from Mitchelstown to Limerick : 

Labour and superintendence " „ ' . ‘..t 

No. 84.— Quay at Port Magee, Valentia Harbour - 



- 10,184 12 0 

£. 43,330 10 0 



Jo8. C. Walker, Accountant. 
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IRELAND NINTH REPORT OF THE 



No. 4.— THE ACCOUNT of the Commissioxeus of Punne 


WonKS of all 


.Sums issued or 


eritnisted to them, for Salahies and Ixcidests of Office. 




RECEIPT : 


£. .t. d. 


£. .S-. d. 


To Balance of last Account ------- 


- 


2,045 - 5 


Received from die Treasury, on Requisition - . - - 


3,000 - - 




Received from parties sums placed in reduction of Salaries 


.31 19 2 




Received in repayment of Advances ----- 


1.10 10 7 




Received by a Transfer from Fishery Funds, being a portion of 
a sum contributed by N. D. Crommelin, and not required, now 
applied to Insurance on his life ----- 


•330 - - 




Received from parties by way of Deposit, on making appltca- 
tion for Loans or Grants ------- 


902 - 4 


4.394 J 0 ] 








£. 


0,439 10 fi 


EXPENDITURE : 






£. .S'. (1 1 


£. .S'. (Z. 1 


£. d. 



By Salaries of tlie Establishment - 
Law Expenses ----- 

Postage ------- 

Travelling Expenses, Inspections, &c. 
Allowances to persons not on die Establish- 



3,111 14 4 
4G3 C 9 
92 2 11 

122 14 7 



ment 



Incidents, Maps, Books, Coals, See. inehul- 
ing cost of Lime Experiments 



Paid Engineers and others Expenses arising out of applica- 
tions for Loans or Grants, and for which Deposits were 
made 



Advances to Engineers to be repaid - - - - . 

Payment usual Annual Insurance on Life of N. D. Crom- 
melin 



Office of. Public Works,! 
Dublin, 1841. j 



549 a -2 
57 8 1 



5,320 1 3 7 
1,118 IG U 



Jos. C. IValker, Accountant. 
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COMMISSIONERS OF PUBLIC WORKS. 



No. 5. — THE ACCOUNT of the Commissioneiis of Public Works, of all Sums i.sse(l or 
entrusted to them, for Island Navioation, for One Year, ended 31 December 1840. 

RECEIPT ; 











£. 


5. d. 


£. 


d. 


To Balance of last Account • 
Received, Tolls, &c. collected 0 


n Navigations j 


viz. 




* 


- 


509 17 


4 


Lower Boyne - 
Tyrone and Maghery - 


£.190 17 2 


£. 047 


4 5 


i 








Ditto, Rent 


40 - - 














Ditto, Sale of Materials 


4-5 














Maig River 


- - - 




18 10 


9.35 


- 10 






cccived from the Treasury: 
















Balance vote of 1839 


. 


- £.420 


- - 










Vote of 1840 




- 572 


_ - 


998 




































1 ’ 














£. 


2,502 18 


2 



EXPENDITURE : 



By Lower Boyne j viz. 

Labour, Incidents, and Repaij's • 
Salaries and Allowances - - - 

Repayment on account of Loan - 
Payment of Interest on Balance - 

Tyrone and Mi^ghery; viz. 

Labour, MatcrialB, &c. in Repairs 
Salaries and Allowances - . - 

Maig River (Court Bridge) j viz. 

Labour in Repairs - 

Salary of Bridge-keeper - . - 

Shannon Commissioners : 

Handed over an Amount included in the 
Vote of 1839 for tlie Upper Shannon 
Additional Beacons at Lough Derg 

Balance - - - - 




Office of Public Works, 
Dublin, 1841. 

252. 



I) 3 



Jos. C. Walker, Accountant- 
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[RELAND:— NINTH REPORT OF THE 



No C —THE ACCOUNT of the CojtMissioNBns of Public Wohks, for Balauue of Siiiiia issiieil 
1o them, xmclcr 1 Will. 4, c. 84, ml former Acte, for the Improvement anti Eiicounigomciit of 
Irish Fisiieuibs, for One Year, ended 31 December 1840. 



To Balance of last Account 



RECEIPT: 



«. 



8,70:1 1 4 



EXPENDITURE: 

By Glanilore Pier : 

Works in progress under Contract • f. (ioO 16 
Costs attendi,,g Contract - - - 11 15 



I’ mid for Piers : 

Reimbui-seaneHt further portion of 1,000 Z. contributed 
towards intended Pier at Cusliindun, never fbllosvei.1 
lip 



Balance 



902 12 - 
7,709 0 4 



Office of Public Works, 1 
Dublin, 1841. J 



Jos. C. n 'allti'r, Accountivnt. 



No. 7.— THE ACCOUNT of U»c CoHMissiONuns of Puuuc Works, of till Sums issued or 
ontinstecl to them for Repairs aiul Miiiritenauce of certain Hoads and Buidces, iuhUt the 
Provisions of the Act 0 Geo. 4, c. lol, for One Year, ended 31 December 1840. 



RECEIPT: 







£. s. d. 




s. d. 


To Balance of last Account ------ 


- 


- 


2,U!>3 


7 3 


Received from the Treasury, on Requisition 
Received in Fines for Nuisances in Counties ; viz. 


■ 


8,000 - - 






Cork £.1 10 


0 








Kerry - ...---l2 


6 








Limerick - - - - - - - -2 


0 


3 1 r. 










8,503 


I 6 












£. 


10,596 


8 fl 



EXPENDITURE : 

By Counties, ui payment for Laboiu’, Wages, Materials, and 
Superintendence 5 viz; 

Clare 

Cork 
Galway 
Kerry - 

Leitrim - -- -- -- - 

Limerick -------- 

Mayo - - 

Roscommon - 

Tipperary - 



Balance 



£. 




d. 


£. s. d. 


1,810 


13 


8 




1,461 


10 


7 




2,113 


0 


4 




592 


14 


9 




42 


1 


- 




soo 


17 


10 




1,711 


11 


8 




236 


16 


_ 




776 


8 


10 









— 


9,163 12 8 


- 


- 




1,432 16 1 






£. 


10,696 8 9 



Office of Public Works, 1 
Dublin, 1841. J 



Jos. C. Walker, Accountant. 
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COMMISSIONERS OF PUBLIC WORKS. 



No. R. — THE ACCOUNT of the CoMMissiONEna of PmiLic Wohks, for Repairs of Grant 
Roads, umler 1 & 2 Will. 4 -, c. -OS, for One Year, ended 31 December 1840. 

RECEIPT: £. s. d. 

To Balance of last Aoiroiiut 1,403 14 G 

Received from the Treasury, on Ref|nisition ... - 2,000 - - 





£. s. d. 




1,403 14 G 


- 


2,000 - - 




I 3,iG3 14 G 



EXPENDITURE: 

By Coiintiea, Rcjwrs and Maintenance of Roads and ]inr- 
tions of Roads, made under jirovisions of Act 1 8c 2 
Will. 4, c. 33; viz. 

Antrim, Larne to Ballycastle or Coast Road - - 

' Loitghgrancy (towaials Louglireu) £. -■(> II 7 
Killalpc and Tonigmiiey • - - 83 2 9 

Tnlla and Loughgiiiucy - - - Of) 8 1 1 

Clare < Tnlla suid Limerick - - - - 74 - 3 

Tnlla and Gort - - - - - 475 

Doonalia and Reliy fMoyfcrta\ ,,, 

BelLa and Kilbuha Barony J ’ “ 

Cork, Kenumre und Glengariff'e Qiortioii of) - - - 

I Midins and Guidore - - -125 14 2 

Donegal and Pctligo ... H4 lo y 
Lctterkeuiiy and Creeslougli - - 118 10 € 

Lettcrkenny and Dungloo - - 113 7 ( 

Dublin, to Enniskervy by GIcnenlien - . - . - 

Pcrmanagli, PivomilctOAvn ami Clones - » - - . 

/ Ballygav Road - - - - 47 5 ( 

Longlirea and Derrybrien - - HO (> f 

Portnnina and Monntslianjion - - H7 4 

Buuowen Bay Road - - - 1 10 

Marble-hill and DalystoAvn - - 18 9 

Gahvay , woodforil Road - - - - 10 - 

Ballinhnvless Road - - - - 8 4 1 

Tnlla to Gort - - - - - 81G 

Spiddic and Costello - - - 48 15 

^ Sti'eamstown and Clcggan - - 43 10 

/ Kenmare and Glengariffe ([lortion of) - 148 - 
Listowel and LiseUiii - - - - 00 1-7 

Eallynaiially Road (portion of) - - 10 - 

Kerry ( Coliircivoen and Ballinskelligs - - 23 15 li 

Sngraney Cross and Lisatunig - - 22 4 ( 

Snecni to Killarney - - - - 31 7 ( 

Tralee to Castlemaine - - - - 43 2 < 

Leitrim, Centinaveena to Dromahair ..... 
Tipperary, Glonstal Mountains Road 



8 4 11 
8 10 7 
48 15 2 
43 10 5 
148 - 4 
00 1-7 4 
10-2 
23 15 10 



Office of Public Works,"! 
Dublin, 1841. / 



Jos. C. WaUce}', Accountant. 
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IRELAND NINTH REPORT OF THE 



1^0. 0. THE ACCOUNT of the Commissioneiis of Public Works, for Receipt and Expenditure, 

under 4 Sc 5 Will. 4, c. 116, for Repairs of Mail Coach Roads, under Siipcriiitcndonce of County 
Survevors respectively, for One Year, ended 31 December 1840. 



RECEIPT : 



To Balance of last Account - 
Received from Treasury, on Requisition 





£. s. ,l 


- 


0,340 - 6 


- - 


4,000 - - 




10,340 - 6 



EXPENDITURE : 



By Counties 5 viz. 
Cork 

Ditto (city) - 
Donegal - • 

Down 
Dublin - 
Pennanagh 
Galway « 
Kerry 
Kilkenny - 
Ditto (city) - 
King’s County • 
Limerick - 
Ditto (city) - 
Longford * 
Louth 
Monaghan 
Sligo . - 

Tipperary - 
Tyrone 
Waterford 
Wexford - 
Wicklow - 



£. 

800 10 
2 1 
58 10 
104 1 
1,202 17 1 
5(1 2 1 

40 15 
1,007 15 
200 0 
12c 10 
1 10 

4 - 
2 0 

104 11 
103 7 

5 4 
058 13 
142 10 1 
276 1 
610 12 
637 10 



7,200 16 4 
3,088 5 1 



10,340 



OfBce of Public Works,] 
Dublin, 1841. ) 



Jos. C. Walkei', Accountant. 
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10 . THE ACCOUNT of tlio Commibsioneks of Public Works, of all Sums received or 

expended for llcpairs and Maintenance of certain TuuKriKE Roads, for One Year, ended 
31 December 1840. 



RECEIPT : 



To Balance of last Account 


£. fi. d. 


£. s. d. 
747 - 10 


Mulliiifjar lloacl : 

Received to complete anil close tlic contract - - • • 


34 2 - 




Navan Road : 

Received instalments for year’s maintenance . . - 


1,407 - - 




Bolfiist and Antrim Road : 

Received two instalmcnl.« to lilose confj'act • - - - 


518 - - 




Ilowtli Rond : •£• 

Received instalments nnder contract - - n63 10 10 

Ei’oin City of Diililin TreUBiirer towards 

jiorticnis 64 10 8 

Malaliide Roads : 

Received five iristalnicnts under contract - 1,420 2 11 

From tlie Trustees, for o.xtra work - 104 1 10 

Duiilcer Road : 

Received instalments under contract . , - . - 


608 13 0 

1,524 4 9 

713 12 - 




£. 


4,807 12 3 
6,554 13 1 



By Mnllinj^r Road : 
Liiljour, materials, See.. 
Sujierintendcnce . - . 

Navaii Road : 

Labour and materials - 
Superintendence 
Tools and iraplcmcnts - 

Belfast and Antrim Road : 
Labour and materials - 
Su])crinteiideiioc - - - 

Tools and implements - 

Tlowtli Road; 

Labour and materials - 
Supei-intendeuce . - - 

Malaliide Roads ; 

Labour, materials, &c. 
Superintendence - - - 

Tools and implements - 

Dunleer Roiid : 

Labour and materials - 
Superintendence - - - 

Tools and implements - 



Balance 



EXPENDITURE: 



£. d. 
120 11 - 
18 8 3 



£. s. d. £. s. d. 

138 19 3 



1,333 4 9 
87-9 



1,422 13 6 



910 10 7 
61 16 8 
2 4 8 



974 11 11 



887 8 11 
41 13 4 



429 2 3 



995 11 11 
40 12 6 



702 13 10 
47 1 - 



1,036 4 6 



839 14 10 



4,841 6 2 

713 6 11 
£- 6,654 13 1 



Office of Public Works,]. Aooountinf. 

Dublin, 1841. J 

252. E 
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IRELAND:--NINTH REPORT OF THE 



No. 11.— THE ACCOUNT of the Commissioners of Public Works of nil Sums issiuttl 
or entrusted to them, for Piuekix Park and Dublin Buildings, for One Year, ended 
31 December 1840. 



IIECEIPT : 



£. s. d. , 


£. d. 


£. . 7 . d. 


£. .7. d. 


To Baiiuice last Account . - - - 


. . . 


. . - 


2,218 - 1 


Received from Treasury : 

Balance Vote of 1830 - 0,113 - — 

Portions, 1840 - - 13,000 - - 


11), 113 - - 












From Tre.isui-}', on requisition, for the 
Mai-shalscit 


400 - - 






Rent of promises, Cnstle-slrect 


19, .513 - - : 
43 10 - 


19,55{> 10 - 










Improvement of Four Courts s 
Reeci\'ed jiroduco sale of Bencbei's’ stock, 
4 , 000 /., part of sum contributed for tbe iiciv 
solicitors buildings - - £. 3,0(33 2 2 

Interest on same - - - 70 - - 


4,033 2 2 












Prom Accountant-general, Coiii’t of Oinn- 
cery, under Act of 4 & 5 Will. 4, c. 133 


10,000 - - 


14,033 2 2 










Constabulary New Bavnieks: 

Received from Richard Cum.!, Receiver to 
CouHtabuliuy Dcpartmciut, toivurds building 
a biiiTUck in the Phomix Park - - - 




3,000 - - 
















£. 


38,807 12 3 



EXPENDITURE: 



£. .S-. fl. 

By Repairs, to BuiUlings, Furniture, See. ; viz. 



Phceiiix Parle, Vice Re^al and other Lodges - C,237 1 3 

Dublin Castle, State and other Apartments - 0,725 0, 4 

Four Courts * - - - - - - 2,113 410 

Custom House 1,401 10 3 

Ditto - for Poor Law Commissioners - 11<> 10 0 

Record Buildings - 00!) 2 0 

Marsliaisea 130 12 11 

Insolvent Court - 17 01 

Quarter-master-genorars Office - - - 13 1 II 

Military Secretsiry (Royal Hospital) - - 27 8 4 

Irishtown Church - - - - - - 13 810 

Incidents 07 18- 

Rent of House, Upper Merrion-street - - 115 11 0 

New Police Departincnt ... - 45 0 (i 

Constabulary ditto - - - - - 231151 

Illuminations (cost of) - - - - - 2i)i 5 1 1 



Improvement of Four Courts : 

By Buildings, Payments to Contractora - - 3,070 10 - 

Incidents attending New Buildings - - 1,736 - 11 



Constabulary New Barrack : 

By Building in pi-ogress, by contract - 

Balance - 



Office of Public Works, 
Dublin, l$4l, 



} 



18,272 17 - 



5,412 10 11 

2,000 - - 



25,085 7 1 1 
13,122 4 4 



38,807 12 3 



Jos, C. Walker, Accountant. 
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No. 12. — THE ACCOUNT of the Commissioxers of Public Works, as Commissioners of 
Kingstowx Harbour, lor One Year, ended 31 December 1840. 

RECEIPT: 





£. 


s. 


d. 


£. s. d. 


£. s. 


d. 


To Balance of last Account - - - . - 




- 


- 


- 


2,121 19 


4 


Received from tlie Treasury : 














Balance Vote of 1839 . . - - 


5,000 


- 


- 








Portions „ 1840 - 


7,000 


- 


- 


12,000 - - 


















Received Sundries : 














Harbour Duos .... - 


408 












Ballast 


418 


3 


8 








Tolls on steam-vessels (landing jiasscngers) 


322 


- 


- 








Water supplied vessels in harbour 


14 


3 


0 








Penalties ...... 


7 


S 


‘•i 








Licences and incidental services payments - 


0 


10 


- 








Rents receivable .... - 


175 


- 


- 








Sale of old materials by auction 


373 


6 


5 


1,027 12 n 














13,627 12 


11 






















£. 


15,740 12 


3 



EXPENDITURE : 



By stone materials under contract (labour in- 
cluded) - 


£. 

6,068 


2 


d. 

6 


£. s, d. 


£. s. d. 


Pier-heads building ditto ... 


2,390 


11 


9 






Harbour-master’s house (completion) • 


277 


- 


6 






Ballast supplied under contract 


220 


10 


2 






Bell-boat, repairs of 


216 


12 


1 






Post-officejetty ditto ... - 


320 


14 


6 






New moorings laid do-\vn 


84 


13 


6 






Lighthouse on east pier, per agreement 


126 


- 


- 






Incidents, including labour, &c. 


781 


13 


0 






Law expenses - 


86 


1 


8 






Stores, rope, timber, &c. - - - - 


24 


2 


2 






Purchase of land ... - - 


255 


6 


3 






Payment to Police Department a sum re- 
ceived from Kingston for a Police station 


600 


_ 


_ 






Salaries of engineer, harbour-master, &c. - 


813 


16 


“ 






Boatmen, watchmen, &c. - - - - 


600 


11 


1 






Rents, taxes, &c. - 


216 


2 


11 


12,987 18 10 
2,761 13 6 




Balance - 


- 
















£. 


16,749 12 8 



Office of Public Works, "I /os,, ( 7 . TFalAer,' Accountant 

Dublin, 1841. / 

252. F 
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IRELAND:— NINTH REPORT OF THE 



No. 13.— THE ACCOUNT of tlie Commissioners 
Dunmore Harbour, for One Year, 



of Public Works, as Commissioners of 
ended 31 December 1640. 



RECEIPT: 



To Balance of last Account - 
Tolls and harbour dues, one year - 
Rents 

Sale of old materials, machinery, &c. 



£. s. d. 



8 18 8 
10 3 2 
115 17 - 



EXPENDITURE: 



By stone materials, under contract (labour 
included) - 

Salaries and allowances - - - - 

Travelling expenses - 

Incidents 



£. s. d. 
315 8 10 
188 9 - 
10 3 6 
60 9 - 



£. s. d. j £. s. d. 
558 3 5 



134 17 10 



£. 


69.3 1 3 


£. ». d. 


£. .1. d. 


530 10 4 ' 




162 10 11 




£. 


603 1 3 



Office of Public Works, 
Dublin, 1841. 



} 



Jas. C. Walhcr, Accountant. 



No. 14.—THE ACCOUNT of the Commissioners of Public Works, hh CommlsBioncrs of 
Hoivrn Harbour, for One Year, ended 31 December 1840. 



To Balance last Account 
Rents of premises 
Sales of old. materials (metal) 



By Labour (payments for) 
Stores (rope) 

Salaries - 
Incidents - 



Balance 



Office of Public Works, \ 
Dublin, 1841. J 



RECEIPT: 

£. u. d. 

123 - 7 
14 6 I 



EXPENDITURE : 

£. s. d. 
27 4 1 
5 1 5 
20 - - 
59 6 5 



£. .-f. d. 


£. 5. d. 


015 7 1 




137 5 8 




£. 


653 12 0 


£. s. d. 


£. s. d. 


Ill 11 11 




542 - 10 




£. 


663 12 0 



Jos. C. WaUter, Accountant. 



No. 16.— THE ACCOUNT of tlie Commissioners of Public Works, aa Commisaioners of 
Donaghadek Harbour. 



To Balance last Account 



EXPENDITURE : 

£. s. d. 

By Labour (payment of) • - - i - 209 7 4 

Materials timber) - -- -- 9 13- 

Salary of harbour-master (two years) • 40 

Incidents 78 16 8 



Balance - 



£. s. d. 



337 10 - I 
389 6 7 



Office ofPublie Works, \ 
Dublin, 1841. J 



Jos. C, Walhcr, Accountant. 



Printed image digitised by the University of Southampton Library Digitisation Unit 



COMMISSIONERS OF PUBLIC WORKS. 



No. 16.— THli< ACCOUNT of the Comhissionerb of Public Works, hs Commissioners of 
Ardolass Harbour, for One Year, ended 31 December 1840. 

RECEIPT 

To received per hands Paymaster of Civil Services • 

EXPENDITURE: 

By Balance over-expended as per last Account 

Paid for ropes, &c. in store ------ 

£. 

Office of Public Works, \ t ^lr n i 

Dublin 1841 f Accountant. 



£. s- d. 
178 5 5 
13 2 - 

191 7 5 



£. s. d. 
191 7 5 



No. 17. — THE ACCOUNT of the Commissioners of Public Works, of alt Sums entrusted to 
them for Building Briboes and Court Houses, for One Year, ended 31 December 1840. 



RECEIPT t 



To Long Bridge, Belfast : 

Received from County Antrim amount of five instalments 

of 1,208/. 6 s. 8 £.0,04113 4 

County Down, five instalments of "1 

I,208i.0s.8d - - -1 - ' ‘ 


£. s. d. 


£. s. d. 

j 


Newcastle Court House : 

Received from Treasurer County Limerick, amount presented 


1 1,000 - - 




Clones Court House : 

Received from Treasurer County Monaghan, one instalment - 


100 - - 




Bray Court House ; 

Received from Treasurer County Wicklow, one instalment 


250 - - 






£. 


13,433 6 8 






